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I 

City  and  County  of  San  Francisco 


MEMORANDUM 


DATE:  April  15,  1990 


TO:  Mark  Primeau 

Bureau  of  Architecture 


SUBJECT:  Post-Quake  Restoration  of  General  Fund  City  Buildings 


FROM: 


Stella  Truong 

Bureau  of  Engineering  / 


The  Post-Quake  Restoration  of  General  Fund  City  Buildings  Report  contains  information 
on  all  general  fund  buildings  that  were  reported  to  DPW  to  have  suffered  damages  in  the 
October  17,  1989  earthquake.  This  report  provides  documentation  of  all  the  actions  being 
taken  prior  to  April  15,  1990,  which  is  the  end  of  the  180-day  emergency  period. 

A line-item  could  fall  into  one  of  seven  defined  categories: 


TO  BE  INSPECTED  - Facility  has  not  been  inspected  by  FEMA. 


INITIAL  DSR  OR  - After  inspection,  a Deunage  Survey  Report  has  not 

SUPPLEMENT  NEEDED  been  issued  by  FEMA;  or  addition^  Damage  Survey 

Report  needed  to  supplement  initial  DSR. 


SUPPLEMENT  REQUESTED 

READY  FOR  DESIGN 
UNDER  CONSTRUCTION 


Additional  Damage  Survey  Report  has  been 
requested  to  supplement  original  DSR. 

Amount  of  the  DSR  is  acceptable,  and  design  can  proceed. 

Construction  or  repair  work  in  progress. 


COMPLETED  OR  NO  ~ Buildings  that  have  no  damage,  or  work  has  already 

FURTHER  ACTION  been  completed,  no  further  action  will  be  needed. 

This  category  will  be  shaded  in  the  report. 

Please  note  that  Revised  BOA  Project  Cost  includes  construction,  design,  planning, 
contingencies,  relocation  and  disruption  costs  (where  appropriate).  All  costs  are  in  1990 
Dollars. 


:415)  554-5802 


Room  359,  City  Hall 


San  Francisco  94102 
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SUMMARY  OF  CATEGORY  El; 
BUILDINGS 


STATUS 

BUILDINGS 

TO  BE  INSPECTED 

0 

INITIAL  DSR  OR  SUPPLEMENT  NEEDED 

16 

SUPPLEMENT  REQUESTED 

83 

READY  FOR  DESIGN/CONSTRUCTION 

25 

UNDER  CONSTRUCTION 

2 

COMPLETED  OR  NO  FURTHER  ACTION 

65 

TOTAL 

4/15/90 


■ I 


jATxyr 


INDEX 


ACADEMY  OF  SCIENCES 

Contact:  Glen  Angell  Telephone:  750-7276 

Bird  HaU,  Golden  Gate  Park EM70 

Cas  Reserach  - IZG,  23  Golden  Gate  Park El -2 

Gas  CoweU  HaU,  22  Golden  Gate  Park  EM 

Oceans  HaU,  Golden  Gate  Park EM69 

Science  HaU,  Golden  Gate  Park El-171 

Wattis  HaU,  Golden  Gate  Park  El-168 

AGING 

Contact:  N/A Telephone:  N/A 

890  Beach  Street  El-148 

3601  Noriega  Street El- 149 

AGRICULTURE 

Contact:  Mary  Vienot Telephone:  647-9423 

Produce  Market  Admin.  Building,  100  Alemany  Boulevard El -3 

ART  COMMISSION 

Contact:  Debra  Lahane  . Telephone:  558-3463 

Mission  Cultural  Center,  2868  Mission  Street El -7 

So.  San  Francisco  Opera  House,  4705  3rd  Street El-4 

South  of  Market  Cultural  Center,  934  Branna  Street El -5 

Turk  Sub-Station  and  Garage,  1198  Fillmore  Street  El-187 

Western  Addition  Cultural  Center,  762  Fulton  Street  El -6 

CITY  ATTORNEY 

Contact:  N/A Telephone:  N/A 

Fox  Plaza,  6th  Floor,  1390  Market  Street El- 150 

CIVIL  SERVICE 

Contact:  N/A Telephone:  N/A 

City  HaU  El-151 


COVI'KOLLKR 

Contact:  N’/A Telephone:  N/A 

1212  Market  Street  El-153 

DEPARTMENT  OE  PI  BLIC  HEALTH 

Contact:  F.  Stroud  Telephone:  554-2501 

80  Ellis  El-156 

1 175  Howard  Street El-155 

520  Townsend  Street  El-154 

Alemany  Day  Treatment  Center,  45  Onondaga  Street El-174 

Alemany  Emergency  Hospital,  45  Onondaga  Street El-175 

Department  of  Public  Health  Center  Office,  101  Grove  Street  El-8 

District  5 Mental  Health  Center,  1990  41st  Avenue  El-173 

Health  Center  Four,  1490  Mason  Street El-15 

Health  Center  Five,  1351  24th  Avenue  . . : El-16 

Health  Center  Three,  1525  Silver  Avenue El-14 

Health  Center  One,  3850  17th  Street  El-12 

Health  Center  Two,  1301  Pierce  Street El-13 

Park  Emergency  Hospital,  Stanyan  Street El-10 

Potrero  Hill  Health  Center,  1050  Wisconsin  Street El- 17 

S.E.  Health  Center,  Ambul.  Care  Center,  2401  Keith  Street  El-18 

San  Francisco  City  Clinic,  356  7th  Street  El-11 

Shanti  Aids  Program,  525  Howard  Street  El-157 

Substance  Abuse  Center,  100  Edmonds  Road El-172 

Tom  Waddell  Clinic,  50  Ivy  Street  El-9 

Visitacion  Valley  Community  Center,  66  Raymond  Avenue El-19 

DEPARTMENT  OF  PUBLIC  WORKS 

Contact:  Frank  Moss Telephone:  554-5800 

1680  Mission  Street  El-20 

Army  Street  Yard,  2323  Army  Street  El-167 

Power  House,  Larkin  Street El-21 

Southeast  Greenhouse,  1250  Phelps  Street  El-182 

Southeast  Community  Facility,  1800  Oakdale  Avenue El-183 

DEPARTMENT  OF  SOCIAL  SERVICE 

Contact:  Judith  Schutzman  Telephone:  557-6432 

150  Otis El-159 

170  Otis/City  HaU El-158 

Office  Building,  150  Otis  Street  El- 143 

Office  Building,  170  Otis  Street  El-144 


ELECTRICITY 

Contact:  Rudy  Wassersleben Telephone:  821-5587 

Central  Fire  Alarm  Station,  1003  Turk  Street El -22 

Central  Radio  Station,  Twin  Peaks  Boulevard El -26 

Department  of  Elec.  Admin.  & Shops,  901  Rankin  Street El -23 

Telecomm  Bureau  Trailer  #1,  901  Rankin  Street El-24 

Telecomm  Bureau  Trailer  #2,  901  Rankin  Street El-25 

Various El-160 

FINE  ARTS 

Contact:  Thomas  Seligman Telephone:  750-3612 

Asian  Art  Museum,  28  Golden  Gate  Park  El -29 

M.H.  De  Young  Memorial  Museum,  27  Golden  Gate  Park El -27 

Palace  of  Legion  of  Honor,  0 Lincoln  Park El-28 

FIRE 

Contact:  James  Lynch Telephone:  861-8000 

Ashbury  Tank/Tank  House  El-191 

Auxiliary  Water  Supply  System,  150  S.  Twin  Peaks El-42 

Chief  Sullivan  Memorial  Home,  870  Bush  Street  El -63 

Engine  16  (Inactive),  909  Tennessee  Street El-72 

Engine  21  (Inactive),  1152  Oak  Street  El-52 

Equipment  Unit  Headquarters,  2501  25th  Street El-73 

Fire  Station  #1,  416  Jessie  Street El-40 

Fire  Station  #2,  1340  Powell  Street  El -66 

Fire  Station  #3,  1067  Post  Street El-57 

Fire  Station  #5,  1301  Turk  Street El-56 

Fire  Station  #6,  135  Sanchez  Street El -37 

Fire  Station  #7,  2300  Folsom  Street El-41 

Fire  Station  #8,  38  Bluxome  Street  El -36 

Fire  Station  #10,  655  Presidio  Avenue El -54 

Fire  Station  #11,  3880  26th  Street  El -32 

Fire  Station  #12,  1145  Stanyan  Street El -43 

Fire  Station  #13,  530  Sansome  Street El -65 

Fire  Station  #14,  551  26th  Avenue El -50 

Fire  Station  #15,  1000  Ocean  Avenue  El-38 

Fire  Station  #16,  2251  Greenwich  Street  El-60 

Fire  Station  #17,  1295  Shafter  Avenue El -34 

Fire  Station  #18,  1935  32nd  Avenue El-48 

Fire  Station  #19,  390  Buckingham  Way El-184 

Fire  Station  #20,  285  Olympia  Way El -39 

Fire  Station  #21,  1443  Grove  Street El -53 

Fire  Station  #22,  1290  16th  Avenue El -49 


Fire  Station  #23.  1347  45th  Avenue El-46 

Fire  Station  #24.  100  Hoffman  Avenue  El-185 

Fire  Station  #25.  3305  3rd  Street El-30 

Fire  Station  #26.  80  Digby  Street El-31 

Fire  Station  #28.  1814  Stockton  Street El-67 

Fire  Station  #2‘J.  2^^  Vermont  Street El-70 

Fire  Station  #30.  1300  4th  Street El-69 

Fire  Station  #31.  441  12th  Avenue El-47 

Fire  Station  #32,  194  Park  Street El-74 

Fire  Station  #33.  8 Capitol  Avenue  El-77 

Fire  Station  #34.  499  41st  Avenue  El-51 

Fire  Station  #36.  109  Oak  Street  El-55 

Fire  Station  #37,  798  Wisconsin  Street El-71 

Fire  Station  #38,  2150  California  Street El-58 

Fire  Station  #39,  1091  Portola  Drive  El-186 

Fire  Station  #40,  2155  18th  Avenue El-45 

Fire  Station  #41,  1325  Leavenworth  Street El-64 

Fire  Station  #42,  2430  San  Bruno  Avenue  El-75 

Fire  Station  #43,  720  Moscow  Street  El-33 

Fire  Station  #44,  1298  Girard  Street  El-76 

Fire  Station  #49/Fire  Boat  Headquarters,  Pier  22.5 El-78 

Jones  Street  Tank  House El-190 

Mason  Task  Force  Headquarters,  676  Howard  Avenue El-68 

Salt  Water  Pumping  Station  #2,  Fort  Mason  El-61 

Salt  Water  I^imping  Station  #1,  698  2nd  Street  El-35 

SFFD  Headquarters,  260  Golden  Gate  Avenue  El-62 

Station  4 (Inaaive),  1648  Pacific  Avenue  El-59 

Sunset  Tank  & Pump  Station,  100  N.  Santiago  Street El-44 

HEALTH  SERVICES 

Contact:  N/A Telephone:  N/A 

1212  Market  Street  El-161 

HRC 

Contact:  N/A Telephone:  N/A 

1095  Market  Street,  #501 El-162 

ILATMLE  COURT 

Contact:  James  Sutro  Telephone:  753-7586 

Hidden  Valley  Ranch,  La  Honda El-80 

Log  Cabin  Ranch,  La  Honda El-81 

Youth  Guidance  Center,  375  Woodside  Avenue El-79 


LAGUNA  HONDA 

Contact:  Larry  Funk Telephone:  759-2367 

Laguna  Honda  Hospital,  375  Laguna  Honda  Boulevard  El -82 

LIBRARY 

Contact:  Richard  Walsh  Telephone:  558-3031 

Bernal  Heights  Library,  500  Cortland  Avenue El -99 

Chinatown  Branch  Library,  1135  Powell  Street El -97 

Eureka  Valley  Branch  Library,  3555  16th  Street El-86 

Excelsior  Library,  4400  Mission  Street  El -83 

Golden  Gate  viley  Library,  1801  Green  Street El-93 

Library  Office  Building,  45  Hyde  Street  El -96 

Main  Library  (Civic  Center),  Larkin  Street El -95 

Marina  Branch  Library,  1890  Chestnut  Street El -94 

Mission  Branch  Library,  3359  24th  Street  El -85 

Noe  Valley  Branch  Library,  451  Jersey  Street El-84 

North  Beach  Branch  Library,  2000  Mason  Street  El-98 

Ortega  Branch  Library,  3223  Ortega  Street El-88 

Park  Branch  Library,  1833  Page  Street El -91 

Presidio  Branch  Library,  3150  Sacramento  Street  El-92 

Richmond  Branch  Library,  351  9th  Avenue El -90 

Sunset  Branch  Library,  1305  18th  Avenue El-89 

West  Portal  Branch  library,  190  Lenox  Way  El -87 

Western  Add.  Branch  Library,  1550  Scott  Street El-100 

MAYOR 

Contact:  Various Telephone:  Various 

Childcare  Center  No.  2,  200  Cashmere  Street El- 102 

Childcare  Center  No.  1,  1 Cashmere  Street El-188 

Earl  P.  Mills  Community  Center,  100  Whitney  Young  Cr El- 103 

Ella  Hill  Hutch  Community  Center,  1050  McAllister  Street El- 189 

Hunter’s  Pt.  Comm.  Youth  Found.,  200  Middle  Point  Rd  El-105 

Shorey  Childrens  Center,  200  Middle  Point  Road El- 104 

Young  Corrununity  Developers,  1715  Yosemite  Avenue  El-101 

MENTAL  HEALTH 

Contact:  Vera  Haile Telephone:  885-2274 

N.  of  Market  Senior  Service  Center,  333  Turk  Street  El-106 


PARKING  AnHORllT 

Contact:  N/A Telephone:  N/A 

Ellis/O’FajTcll  Garage,  123  O’Farrcll  Street El-180 

Japan  Center  Garage,  1660  Geary  Boulevard  El-181 

Ijombard  Street  Garage,  2055  Lx)mbard  Street  El-179 

Moscone  Center  Garage,  255  3rd  Street El-178 

Performing  .Arts  Garage,  360  Grove  Street El-177 

POLICE 

Contact:  Tom  Suttmeier  Telephone:  553-1101 

Central  Police  Station,  766  Vallejo  Street El-117 

Golden  Gate  Park  Police  Station,  40  Golden  Gate  Park El-118 

Golden  Gate  Park  Police  Stables,  Golden  Gate  Park  El-176 

Ingleside  Police  Station,  1 J.V.  Young  Drive El-110 

Juvenile  Division  Building,  2475  Greenwich  Street  El-116 

McLaren  Park  Police  Stables,  McLaren  Park  El-119 

Mission  Police  Station,  1240  Valencia  Street El-111 

Northern  Police  Station,  1125  Fillmore  Street El-115 

Park  Police  Station,  Kazar  Drive  El-114 

Police  Academy,  350  Amber  Drive El-107 

Police  Pistol  Range,  Lake  Merced  El-108 

Potrero  Police  Station,  2300  3rd  Street El-109 

Richmond  Police  Station,  451  6th  Avenue  El-112 

Taraval  Police  Station,  2345  24th  Avenue El-113 

PURCHASER 

Contact:  David  Cowle Telephone:  558-3420 

Central  Shops  El-163 

Hall  of  Justice  Gas  Station,  950  Bryant  Street El-123 

Main  Shop  Building,  1800  Jerrold  Avenue  El-122 

Office  and  Sub-shops,  1800  Jerrold  Avenue  El-121 

Warehouse-Purchaser  of  Supply,  2650  Geary  Street  El-120 

REAL  ESTATE 

Contact:  Various Telephone:  Various 

Art  Commission  Gallery,  155  Grove  Street El-132 

Brooks  HaU,  N.W.  Grove  Street El-134 

City  Hall,  400  Van  Ness  Avenue  El-135 

City  Hall  Aimex,  450  McAllister  Street El-136 

Civic  Auditorium,  99  Grove  Street El-133 

EDP  Building,  240  Van  Ness  Avenue El-131 

Golden  Gateway  Garage,  250  Clay  Street El-126 


Hall  of  Justice,  850  Bryant  Street El-129 

Marshall  Square  Office,  100  Larkin  Street  El-124 

Mission  Bartlett  Parking  Garage,  50  Bartlett  Street El- 130 

Produce  Market,  2095  Jerrold  Avenue  El-128 

St.  Mary’s  Square  Garage,  433  Kearny  Street  El- 125 

Vallejo  Street  Garage,  766  Vallejo  Street El- 127 

RETIREMENT 

Contact:  John  Cone  Telephone:  554-4930 

DPW  Engineering  Offices,  460  McAllister  Street  El- 137 

SAN  FRANCISCO  GENERAL  HOSPITAL 

Contact:  Richard  Ganley Telephone:  821-8550 

San  Francisco  General  Hospital,  1001  Potrero  Avenue El- 138 

SHERIFF 

Contact:  Michael  LaVigne  Telephone:  553-9663 

City  HaU El-165 

Dormitory,  3 Moreland  Drive El- 142 

Men’s  Jail  3,  1 Moreland  Drive  El- 140 

Women’s  Jail  3,  2 Moreland  Drive El- 141 

Work  Furlough  Building,  930  Bryant  Street  El- 139 

VARIOUS 

City  Museums  El- 166 

WAR  MEMORIAL 

Contact:  Marvin  Chronister Telephone:  621-6600 

Davis  Symph  Hall/Zellerback,  201  Van  Ness  Avenue El-145 

War  Memorial  Opera  House,  301  Van  Ness  Avenue El- 146 

War  Memorial  Veteran’s  Building,  401  Van  Ness  Avenue El- 147 


BUREAU  OF  ARCHITECTURE 
EARTHQUAKE  SAFETY  PROGRAM 

Contact:  Mark  A.  Primeau  Telephone:  553-1055 

Jorge  Alfaro Telephone:  558-4982 
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POST-QUAKE  RESTORATION  OF 
GENERAL  FUND  CITY  BUILDINGS 


LINE  ITEM  NO.:  E1-1  BOA  JOB  ORDER  #;  2150Q  ARCHITECT:  M PRIMEAU 

SITE:  22  GOLDEN  GATE  PK  AGENCY:  ACADEMY  OF  SCIENCES  CUENT;  Q ANGELL 

BUILDING  NO.:  60-172  BUILDING  NAME:  CAS  COWELL  HALL 

Damage  to  Building:  significant  cracking  of  column  at  north  wall  spalling  of  iase  of  precast  secxro  floor 

MEMBERS.  CRACKING.  SPALLING,  NON -STRUCTURAL  DAMAGE,  ETC. 

Action  Taken: 

11/15/89  BUILDING  INSPECTED  BY  HOU  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  »29,000. 

01/16/90  RECEIVED  DSR  #71124  FROM  FEMA.  DAMAGE  ESTIMATE  IS  135,946.75. 

02/12/90  SUPPLEMENT  DSR  REQUESTED  132,006.  TOTAL  DAMAGE  ESTIMATE  IS  167,953. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  1148,200. 

03/13/90  RECEIVED  129,960.06  FOR  DSR  #71124  AS  PART  OF  CHECK  #4  TOTALLING  186,075. 

04/02/90  KATHY  HOU  REPORTS  FEMA  NEGOTIATIONS  CONTINUING. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BONO  ISSUE  PHASE  1. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.t  Et>2 
SITE:  23  GOLDEN  GATE  PK 
BUaDIKGNOj  60-461 


AGENCY ; ACADEMY  OF  SCIENCES 
BUILDING  NAME:  CAS  RESEARCH-I2G 


DamagetO  Building:  earthquake  dama^  to  this  buiiding  has  not  been  evaluated  as  of  tne  date  of  this  report 
Action  Taken: 

04/15/90*^^^'  NOTE:  THIS  FACILITY  IS  UttlUDS)  IN  Xm  1989  EARTHQUAKE  SAFETY  BOW)  ISSUE. 


V EARTHQUAKE  DAMAC$  INCLUDED  tflIDER  El-I 


NEXT  ACTION:  NONE 


LINE  ITEM  NO.:  El-3  BOA  JOB  ORDER  #:  2181Q  ARCHITECT:  B GROTH 

SITE:  100ALEMANYBL  AGENCY:  AGRICULTURE  CUENT:  M VIENOT 

BUILDING  NO.:  72-369  BUILDING  NAME:  PRODUCE  MKT.  ADMIN.  BUILDING 

Damage  to  Building:  underground  water  pipe  in  front  of  building  broken. 

Action  Taken: 

11/16/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S700. 

11/28/89  RECEIVED  DSR  #71021  FROM  FEMA  DAMAGE  ESTIMATE  IS  S79. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  1700. 
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NEXT  ACTION;  SUPPLEMENTAL  REQUEST  NEEDED 


LINE  ITEM  NO.:  El-4  BOA  JOB  ORDER  #:  2031Q  ARCHITECT:  R.  APPLETON 

SITE:  4705  3RD  ST  AGENCY:  ART  COMMISSION  CUENT:  F.  BONGOUAN 

BUILDING  NO.:  28-506  BUILDING  NAME:  SO  SAN  FRANCISCO  OPERA  HOUSE 

Damage  to  Building:  falling  plaster,  cracks  along  ceiling,  landmark  «8 
Action  Taken: 

11/U/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $100,000. 

12/07/89  DSR  #71020  SUSPENDED  - PENDING  SHPO  REVIEW. 

01/27/90  RECEIVED  DSR  #71020  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $825.25. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $5,000. 

I NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 


LINE  ITEM  NO.:  E1-5  BOA  JOB  ORDER  #:  20320  ARCHITECT:  R.  APPLETON 

SITE:  934BRANNANST  AGENCY:  ART  COMMISSION  CUENT:  F.  BONGOUAN 

BUILDING  NO.:  28-508  BUILDING  NAME:  SOUTH  OF  MARKET  CULTURAL  CTR 

Damage  to  Building:  ground  water  leaking  up  through  cracks  in  gallery  cement  cement  floor  (north  side  - first 

FLOOR).  CRACKS  CREATING  VARIOUS  ELEVATIONS  IN  GALLERY  CEMENT  FLOOR.  RECOMMEND  INTERIOR 
STRUCTURAL  INSPECTION. 

Action  Taken: 

11/U/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $20,000. 

12/07/89  DSR  #73288  SUSPENDED  - PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

12/18/89  RECEIVED  DSR  #73288  FROM  FEMA  DAMAGE  ESTIMATE  IS  $22,465. 

02/06/90  RECEIVED  $16,849.04  FOR  DSR  #73288  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/21/90  SUPPLEMENT  DSR  REQUESTED  $18,978.  TOTAL  DAMAGE  ESTIMATE  IS  $41,443. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $41,500. 

I NEXT  ACTION;  NEGOTIATE  COST  WITH  FEMA 
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LINE  ITEM  NO.:  El-6  BOA  JOB  ORDER  #:  2033Q  ARCHtTECT:  R APPLETON 

SITE:  762  FULTON  ST  AGENCY : ART  COMMISSION  CUENT:  F BONGOUAN 

BUILDING  NO.:  28-510  BUILDING  NAME:  WESTERN  ADDITION  CULTURAL  CTR 

Damage  to  Building:  cosmetic  damage  to  interior  main  cement  stairwell. 

Action  Taken: 

11/U/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  S200,000. 

12/07/89  DSR  «71019  SUSPENDED  - PENDING  SHPO  REVIEW. 

01/27/90  RECEIVED  DSR  #71019  FROM  FEMA.  DAMAGE  ESTIMATE  IS  *450.76. 

02/22/90  SUPPLEMENT  DSR  REQUESTED  *11,955.  TOTAL  DAMAGE  ESTIMATE  IS  *12,406. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  *12,500. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-7  BOA  JOB  ORDER  #:  2030Q  ARCHITECT:  R.  APPLETON 

SITE:  2868  MISSION  ST  AGENCY:  ART  COMMISSION  CUENT;  F.^ONGOUAN 

BUILDING  NO.:  28-504  BUILDING  NAME:  MISSION  CULTURAL  CENTER 

Damage  to  Building:  minor  earthquake  damage. 

Action  Taken: 

11/14/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  *3,000. 

11/20/89  RECEIVED  *1,623.75  FOR  DSR  #73289.  AS  PART  OF  CHECK  #1  TOTALLING  *115,651.00 
11/20/89  RECEIVED  DSR  #73289  FROM  FEMA  DAMAGE  ESTIMATE  IS  *2,165. 

02/08/90  BOA  VERIFIED  DAMAGE  ESTIMATE  ACCEPTABLE. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLOCS,  CONTRACT  #1* 
I NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO.:  Ei-8 
SITE:  101  GROVE  ST 

BUILDING  NO.:  83-872 


BOA  JOB  ORDER#:  2191 Q ARCHITECT:  J.  BUKER 

AGENCY:  DPH  CUENT:  C.  BRAND 

BUILDING  NAME:  DPH  CENTRAL  OFFICE 


Damage  to  Building:  extensive  water  damage  to  building,  carpets,  furnishings,  equipment,  telephone  system  aw 

FILES  ON  ALL  FOUR  FLOORS  AND  GARAGE  DUE  TO  BROKEN  WATER  PIPE  CAUSO  BY  EARTHQUAKE. 
TELEPHONE  EQUIPMENT  -CIRCUIT  PACKS-  DAMAGED  DUE  TO  WATER  LEAK  AT  TELEPHONE  PORTS. 
STRUCTURAL  BUILDING  DAMAGE,  CRACKS  IN  MARBLE  FLOOR,  CRACKS  IN  WALLS  THROUGHOUT  THE 
BUILDING, 


Action  Taken: 


11/20/89 


BUILDING  INSPECTED  BY  CHENG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  U06,000. 
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12/07/80 

12/11/80 

12/27/80 

02/23/00 

04/26/00 


0S«  *71086  SUSPENDED  • PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

INDEPENDENT  ESTIKATE  PREPARED  BY  DON  TODD  ASSOC  SHOWED  $606,180  IN  EARTHQUAKE  DAMAGE. 
RECEIVED  DSR  *71086  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $112,255. 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $003,650. 

PROJECT  TRANSFERRED  TO  BOA. 


NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 


LINE  ITEM  NO.:  E1-9  BOA  JOB  ORDER  #:  2192Q  ARCHITECT:  J.  BUKER 

SITE:  50  IVY  ST  AGENCY:  DPH  CUENT:  F.  STROUD 

BUILDING  NO.:  83^74  BUILDING  NAME:  TOM  WADDELL  CUNIC 

Damage  to  Building:  water  damage  to  walls  and  floors,  cracked  walls  and  windows 
Action  Taken: 

11/28/80  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $9,000. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,000. 

NEXT  ACTION:  OBTAIN  DSR 


LINE  ITEM  NO.:  Et-tO 

BOA  JOB  ORDER  #: 

2193Q  ARCHITECT:  J.  BUKER 

SITE:  STANYAN  ST 

AGENCY;  UPH 

CUENT;  a NAVARRO 

BUILDING  NO.:  83-876 

BUILDING  NAME;  PARK  EMERGENCY  HOSPITAL 

iiiiiiiiiiiiiiii 

• 

1 

Damage  to  Building:  structurai.  damai^  tq  edtuiftt,  wHit;8  te  involve  tsACits  eaiLPtne,  loose  tins  on 

ROOF  AND  CHIMIffiY' 


Action  Taken:  ^ 5 ' 

11/21/89  BUILDINfi  INSPECTS)  BY  eSTIIlATE  WA$  11,500, 

12/06/B9  SECE]\^  DSR  #71024  FROK  F&IA  DAMASE  ESTIkATE  IS  $3^033^  BUT  IS  ]N£IISI&IE, 
01/11/90  StffPtEHENTAL  OSR  REQUESTiH)  ll^SSEU 
02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  18  14,9I»„ 

02/24/90  FEMA  LETTER  REJECTS!  FOR  StS.Et>  OAMACE  WAS  PBE'ElClSHNO, 


03/01/90 


TROYAN  INFORMED  DPR  OF  FEMA  DECISION, 
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LINE  ITEM  NO.:  EMi 


LINE  ITEM  NO.:  El-12 

SITE:  3850  1 7THST 

BUILDING  NO.:  83-898 


BOA  JOB  ORDER#:  2194Q  ARCHITECT:  J.  BUKER 

AGENCY:  DPH  CUENT:  F.  STROUD 

BUILDING  NAME:  HEALTH  CENTER  ONE 


Damage  to  Building:  cracks  in  walls  oscillator  fans  broken  (roof) 

Action  Taken: 

11/20/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S800. 
12/13/89  RECEIVED  DSR  #71033  FROM  FEMA  DAMAGE  ESTIMATE  IS  SI, 138. 

02/06/90  RECEIVED  $853.14  FOR  DSR  #71033  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/08/90  BOA  CONCURRED  WITH  ESTIMATE. 

[ NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO.:  EI-13  BOA  JOB  ORDER  #:  2195Q  ARCHITECT:  J.  BUKER 

SITE:  1301  PIERCE  ST  AGENCY:  DPH  CUENT:  F.  STROUD 

BUILDING  NO.:  83-900  BUILDING  NAME:  HEALTH  CENTER  TWO 

Damage  to  Building:  dumbwaiter  damaged  lektriever  damaged  ceiling  tiles  dislodged  in  several  areas 
Action  Taken: 

11/17/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $2,500. 

12/06/89  RECEIVED  DSR  #71023  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,027. 

01/18/90  RECEIVED  $769.89  FOR  DSR  #71023  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/19/90  SUPPLEMENTAL  DSR  REQUESTED  $1,858.  TOTAL  DAMAGE  ESTIMATE  IS  $2,885. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2,500. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 
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LINE  ITEM  NO.:  El-14  BOA  JOB  ORDER  #:  21960  ARCHITECT:  J.  BUKER 

SITE:  1525  SILVER  AV  AGENCY:  DPH  CUENT:  F.  STROUD 

BUILDING  NO.:  83-902  BUILDING  NAME:  HEALTH  CENTER  THREE 

Damage  to  Building:  deep  wall  cracks  in  1st  floor  waiting  area  ceiling  tiles  dislodged  in  several  areas 

LEKTRIEVER  DAMAGED  DUMBWAITER  DAMAGED  OTHER  WALLS  CRACKED  IN  SEVERAL  ROOMS 

Action  Taken: 

11/16/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S2,000. 

11/28/89  RECEIVED  DSR  *7\QZ2  FROM  FEMA  DAMAGE  ESTIMATE  IS  SI. 687. 

01/18/90  RECEIVED  SI, 264. 92  FOR  DSR  #71022  AS  PART  OF  CHECK  #2  TOTALLING  S3, 191, 280. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  S2,000. 

NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO.:  El-15  BOA  JOB  ORDER  #:  2197Q  ARCHITECT:  J.  BUKER  I 

SITE:  1490  MASON  ST  AGENCY:  DPH  CUENT:  F.  STROUD  | 

BUILDING  NO.:  83-904  BUILDING  NAME:  HEALTH  CENTER  FOUR  f 

Damage  to  Building:  lektriever  damaged  boiler  damaged  ceiling  leaks  - water  damage  to  floor  and  run  floor  I 

DAMAGE  IN  3RD  FLOOR  CLERICAL  AREA  ^ 

Action  Taken:  L 

11/16/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  SI, 500.  \ 

12/10/89  RECEIVED  DSR  #73290  FROM  FEMA  DAMAGE  ESTIMATE  IS  S980.  i 

02/01/90  SUPPLEMENTAL  DSR  REQUESTED  S2,687.  TOTAL  DAMAGE  ESTIMATE  IS  S3, 667.  I 

02/01/90  RECEIVED  S735  FOR  DSR  #73290  AS  PART  OF  CHECK  #3  TOTALLING  S246,521. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  S3, 700.  I 

03/08/90  RECEIVED  DSR  #89873  FROM  FEMA.  DAMAGE  ESTIMATE  IS  S661.  I 

I NEXT  ACTION:  READY  FOR  DESIGN  [|| 

1 

LINE  ITEM  NO.:  El-16  BOA  JOB  ORDER  #:  2198Q  ARCHITECT:  J.  BUKER 

SITE:  1351  24THAV  AGENCY:  DPH  CUENT:  F.  STROUD  I 

BUILDING  NO.:  83-906  BUILDING  NAME:  HEALTH  CENTER  FIVE  f 

Damage  to  Building:  dumbwaiter  damaged  boiler  damaged  water  damage  to  walls  and  ceiling  deep  cracks  in  walls  I 

OF  DENTAL  OFFICE  AND  ROOM  210  P 

;i 

Action  Taken:  | 

11/20/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S3, 000.  | 
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12/13/89 

RECEIVED  DSR  #71025  FROM  FEMA  DAMAGE  ESTIMATE  IS  SI, 038. 

01/18/90 

SUPPLEMENTAL  DSR  REQUESTED  SI, 438.  TOTAL  DAMAGE  ESTIMATE  IS  S2,476. 

02/06/90 

RECEIVED  S778.56  FOR  DSR  #71025  AS  PART  OF  CHECK  #3  TOTALLING  S246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  S2,500. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-17  BOA  JOB  ORDER  #:  2199Q  ARCHITECT:  J BUKER 

SITE:  1050  WISCONSIN  ST  AGENCY:  DPH  CUENT:  F.  STROUD 

BUILDING  NO.:  83-936  BUILDING  NAME:  POTRERO  HILL  HEALTH  CENTER 


Damage  to  Building:  cracks  in  exterior  back  uall  of  building  one  sink  damaged  and  has  seaprated  form  wall  one 

OVERHEAD  LIGHT  FIXTURE  DISLODGED 


Action  Taken: 


11/27/89 

BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S400. 

12/13/89 

RECEIVED  DSR  #71031  FROM  FEMA  DAMAGE  ESTIMATE  IS  S382. 

02/06/90 

RECEIVED  S286.50  FOR  DSR  #71031  AS  PART  OF  CHECK  #3  TOTALLING  S246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  S400. 

1 NEXT  ACTION:  READY  FOR  DESIGN 

LINE  ITEM  NO.:  El-18  BOA  JOB  ORDER  #:  2200Q  ARCHITECT:  J.  BUKER 

SITE:  2401  KEITH  ST  AGENCY : DPH  CUENT:  F.  STROUD 

BUILDING  NO.:  83-938  BUILDING  NAME:  S E HEALTH  CTR.  AMBUL  CARE  CTR 


Damage  to  Building:  cracks  in  walls  and  door  frames  dislodged  ceiling  tile  laboratory  counter  top  split  in  3 

PLACES,  NEEDS  REPLACING  TWO  SINKS  SEPARATED  FROM  UALL  NEW  ROOFING  DAMAGE  HAS  LED  TO  MEW 
LEAKS  AND  WATER  DAMAGE  TO  CEILING  TILES,  WALLS,  FLOOR  TILES  AND  RUGS 


Action  Taken; 


11/27/89 

BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S5,000. 

12/13/89 

RECEIVED  DSR  #71126  FROM  FEMA  DAMAGE  ESTIMATE  IS  S8,797. 

01/18/90 

SUPPLEMENTAL  DSR  REQUESTED  $2,982.  TOTAL  DAMAGE  ESTIMATE  IS  $11,779. 

02/06/90 

RECEIVED  $6,597.56  FOR  DSR  #71126  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $11,800. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 
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LINE  ITEM  NO.:  EM9 

SITE:  66  RAYMOND  AV  AGENCY:  DPH 

BUILDING  NO.:  83-940  BUILDING  NAME:  YISITAQON  VALLEY  COMM  CENTER 

Damage  to  Building:  minor  car  inquake  damagc 
Action  Taken: 

11/22789  BUILDING  INSPECTED  BT  HOU  AND  FEHA.  BALL  PARK  ESTIMATE  UAS  SO. 

I NEXT  ACTION:  NONE 


LINE  ITEM  NO.:  EI-20  BOA  JOB  ORDER  #:  5099A/2247Q  ARCHITECT:  H.  WONG 

SITE:  1680  MISSION  ST  AGENCY:  , DPW  CUENT:  V.  TROYAN 

BUILDING  NO.:  90^21  BUILDING  NAME:  1680  MISSION 

Damage  to  Building:  horizontal  crack  along  uall  between  otis  and  mission. 

Action  Taken: 

10/27/89  BUILDING  INSPECTED  BY  TANG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $35,300. 

01/17/90  SOME  REPAIRS  MADE  UNDER  MOO  CM  90-92088  FOR  $14,517. 

01/26/90  RECEIVED  DSR  1(69666  FROM  FEHA.  DAMAGE  ESTIMATE  WAS  $1,654. 

02/08/90  DRAFT  DSR  «70822  ESTIMATED  DAMAGE  TO  BE  $1,386. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $25,000. 

I NEXT  ACTION:  COMPLETE  CONSTRUCTION 


LINE  ITEM  NO.:  El-21  BOA  JOB  ORDER  #:  22510  ARCHITECT:  H.  WONG 

SITE:  LARKIN  ST  AGENCY:  DPW  CUENT:  D.  CONCI 

BUILDING  NO.:  90-1054  BUILDING  NAME:  POWERHOUSE 

Damage  to  Building:  interior  east  wall:  crack  in  concrete  where  wall  meets  floo  r (8'  already  repaired 

W/MORTAR  SEAL  & 22'  NOT  REPAIRED  • EP  OXY  GROUT).  CRACK  IN  MORTAR  & BRICK  OF  WALL  TO 
boiler  (20*  TOTAL) 

Action  Taken: 

12/05/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $550. 

01/16/90  DSR  #71256  SUSPENDED  - PENDING  SHPO  REVIEW. 

01/27/90  RECEIVED  DSR  #71256  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $370. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $400. 
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NEXT  ACTION:  OBTAIN  FEMA  CHECK 


LINE  ITEM  NO.:  El-22  BOA  JOB  ORDER  #:  2185Q  ARCHITECT:  BBR/H  WONG 

SITE:  1003  TURK  ST  AGENCY:  ELECTRICITY  CUENT:  R.  WASSERSLEBEN 

BUILDING  NO.:  75-425  BUILDING  NAME:  CENTRAL  FIRE  ALARM  STATION 

Damage  to  Building:  back  door  arch  upper  right  corner  crack  on  stucco  - 8 inch  crack,  no  immediate  ha2aao 
Action  Taken: 

12/02/89  BUILDING  INSPECTED  BY  HOU  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S300. 

01/13/90  RECEIVED  DSR  #71227  FROM  FEMA.  DAMAGE  ESTIMATE  IS  S263. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  S300. 

03/13/90  RECEIVED  $197,44  FOR  DSR  #71227  AS  PART' OF  CHECK  #4  TOTALLING  $86,073. 

I NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO  J El-23 

SITE:  901  RANKIN  ST  AGENCY?  ELECTRICITY 

BU8J3INGNO.:  75-427  BUILDING  NAME;  DEPT  OF  EUEC  ADMIN  & SHOPS 

Damage  to  Building:  SARTHttMix  dammx  to  this'building  has  hot  ken  evaluated  as  of  the  date  of  this  report 
Action  Taken; 

12/91739  8UIL0INQ  INSPECTS?  BT  NOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $0. 

I NEXT  aSwI 'liloNE 


LINE  ITEM  NO.:  El-24  BOA  JOB  ORDER  #:  2186Q  ARCHITECT:  BBR/H.WONG 

SITE:  901  RANKIN  ST  AGENCY : ELECTRICITY  CUENT:  R.  WASSERSLEBEN 

BUILDING  NO.:  75^28  BUILDING  NAME:  TELECOMM  BUREAU  TRAILER  #1 

Damage  to  Building:  trailer  came  off  support  jack  stands,  some  doors  don't  open,  locks  on  doors  broken. 

DOOR  HEADER  TORN  OUT.  LEAKAGE  UNKNOWN.  TRAILER  PARTIALLY  SEPARATED.  TRAILER  lUST  BE 
RESET,  SEALED  AND  INSPECTED  FOR  FURTHER  DAMAGE.  PANELLING  HAS  POPPED  LOOSE. 

Action  Taken: 

12/01/89  BUILDING  INSPECTED  BY  HOU  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $1,000. 

01/16/90  RECEIVED  DSR  #71257  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $2,009.36. 

02/08/90  BOA  VERIFIED  $1,000  ESTIMATE  IS  OK. 

RECEIVED  $1,507.02  FOR  DSR  #71257  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 


03/13/90 


OT/09/W  16:09 
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04/27/90  ftM  OfNiED  SUPPIENEMTAL  f0«  COWCAETE  ILOCK  STA>«PS  AMO  TIE  DOUMS. 


[meat  ACTIOM:  AEAOT  EOM  DESIOM 


LINE  ITEM  NO.:  El-25  BOA  JOB  ORDER  #:  2187Q  ARCHITECT:  BBR/H.WONG 

SITE:  901  RANKJN  ST  AGENCY : ELECTRICITY  CUENT:  R.  WASSERSLEBEN 

BUILDING  NO.:  75-429  BUILDING  NAME:  TELECOM  BUREAU  TRAILER  #2 

Daraagt  to  Building:  trailer  came  off  support  jack  stands,  doors  don't  open,  panelling  has  popped  loose  and 

MUST  BE  RESEALED.  LEAKAGE  UNKNOWN.  TRAILER  NEEDS  TO  BE  RESET,  SEALED  AND  INSPECTED  FOR 
FURTHER  DAMAGE. 

Action  Taken: 

12/01/89  BUILDING  INSPECTED  BY  HOU  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S500. 

01/16/90  RECEIVED  DSR  #71258  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $496.08. 

02/08/90  BOA  VERIFIED  $500  ESTIMATE  IS  OK. 

02/21/90  SUPPLEMENT  DSR  REQUESTED  $1,814.  TOTAL  DAMAGE  ESTIMATE  IS  $2,310. 

03/13/90  RECEIVED  $372.06  FOR  DSR  #71258  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

04/27/90  FEMA  DENIED  SUPPLEMENTAL  FOR  CONCRETE  BLOCK  STAMPS  AND  TIE  DOWNS. 

I NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO/.  E1.26 
SITE:  TWIN  PEAKS  BL 
BUILDING  NO.:  75-1013 


AGENCY  ELECTRiCrTY 
BUILDING  NAME:  CENTRAL  RADIO  STATION 


Damage  to  Bunding:  6*  x 3»  damaged  aspnalt 


Action  Taken: 

12/02/89  RJILDiNC  INSPECTED  BY  HOW  I 


« FEMA,  BAIL  PARK  ESTIMATE  WAS  $0, 


NEXT  ACTION:  H(m\ 


LINE  ITEM  NO.:  El-27  BOA  JOB  ORDER  #:  2161Q  ARCHITECT:  M.  PRIMEAU 

SITE:  27  GOLDEN  GATE  PK  AGENCY:  FINE  ARTS  CUENT:  T.  SELLGMAN 

BUILDING  NO.:  61-171  BUILDING  NAME:  M.H.  DE  YOUNG  MEMORIAL  MUSEUM 

Damage  to  Building:  large  cracks  on  walls  and  floors,  some  spalling,  roof  cracked,  ornamental  stone  cracks. 

DAMAGE  FROM  FALLING  PLASTER,  TILES,  CABINETS,  ETC.  ART  DAMAGE. 


Action  Taken: 


05/09/90  16:10 

POST-QUAKE  RESTORATION  OF  P-g*:  n 

GENERAL  FUND  CITY  BUILDINGS 

10/27/89 

BUILDING  INSPECTED  BY  HOW  AND  FEMA,  BALL  PARK  ESTIMATE  WAS  $206,000. 

11/29/89 

DSR  #72054  SUSPENDED  - PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

11/29/89 

DSR  #72067  SUSPENDED  - PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

12/18/89 

RECEIVED  DSR  #72067  FROM  FEMA  DAMAGE  ESTIMATE  IS  $8,023. 

12/18/89 

RECEIVED  DSR  #72054  FROM  FEMA  DAMAGE  ESTIMATE  IS  $48,766. 

01/24/90 

SUPPLEMENT  TO  DSR  #72067  REQUESTED  $20,018  INCREASE.  TOTAL  WALL  CRACK  DAMAGE  IS  $28,040. 

01/24/90 

SUPPLEMENT  TO  DSR  #72054  REQUESTED  $51,373  INCREASE.  TOTAL  MISCELLANEOUS  DAMAGE  IS  $100,139. 

02/06/90 

RECEIVED  $6,017.25  FOR  DSR  #72067  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/27/90 

RECEIVED  DSR  #89816  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $20,018. 

02/27/90 

RECEIVED  DSR  #89817  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $29,755.82. 

04/02/90 

KATHY  HOW  REPORTS  NEGOTIATIONS  COMPLETED. 

04/26/90 

PROJECT  TRANSFERRED  TO  BOA. 

05/02/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2^9,800. 

NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO.:  El-28  BOA  JOB  ORDER  #:  2162Q  ARCHITECT:  M.  PRIMEAU 

SITE:  OUNCOLNPK  AGENCY:  FINE  ARTS  CUENT:  T.  SEUGMAN 

BUILDING  NO.:  61-195  BUILDING  NAME:  PALACE  OF  LEGION  OF  HONOR 


Damage  to  Building:  broken  marble  colimns,  wall  and  floor  cracks,  loose  plaster,  damage  to  organ  pipes, 
ETC.  ART  DAMAGE. 


Action  Taken: 


10/27/89 

BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $640,000. 

11/19/89 

RECEIVED  DSR  #72068  FROM  FEMA  DAMAGE  ESTIMATE  IS  $5,550. 

11/19/89 

RECEIVED  $4,162.50  FOR  DSR  #72068.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

12/06/89 

RECEIVED  DSR  #72057  FROM  FEMA  DAMAGE  ESTIMATE  IS  $7,059. 

01/12/90 

SUPPLEMENT  TO  DSR  #72068  REQUESTED  $24,609  INCREASE.  TOTAL  STRUCTURAL  DAMAGE  ESTIMATE  IS  $30,159. 

01/18/90 

RECEIVED  $5,294.10  FOR  DSR  #72057  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/24/90 

SUPPLEMENT  TO  DSR  #72057  REQUESTED  $60,942  INCREASE.  TOTAL  PLASTER/MARBLE/ORGAN  DAMAGE  IS  $68,000. 

02/22/90 

RECEIVED  DSR  #89815  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $102,780. 

03/08/90 

RECEIVED  DSR  #89848  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $5,830. 

04/02/90 

KATHY  HOW  REPORTS  NEGOTIATIONS  COMPLETED. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

04/26/90 

PROJECT  TRANSFERRED  TO  BOA. 

05/02/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $78,750. 

W/09AW  16:10 

POST-QUAKE  RESTORATION  OF  P.oe:  12 

GENERAL  FUND  CITY  BUILDINGS 

I NEXT  ACTION:  READY  FOR  DESIGN 

LINE  ITEM  NO.:  El-2«  BOA  JOB  ORDER  #:  2163Q  ARCHITECT:  M.  PRIMEAU 

SITE:  28  GOLDEN  GATE  PK  AGENCY:  FINE  ARTS  CUENT:  T.  SEUGMAN 

BUILDING  NO.:  61-988  BUILDING  NAME:  ASIAN  ART  MUSEUM 


Damag*  to  Building:  iuckled  ceilings,  cracked  floors,  loose  caulking,  etc.  art  damage. 


Action  Taken: 


10/27/89 

BUILDING  INSPECTED  BY  HOU  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S4,500. 

12/08/89 

RECEIVED  DSR  #70827  FROM  FEMA  DAMAGE  ESTIMATE  IS  12,542. 

01/18/^ 

RECEIVED  SI, 906. 50  FOR  DSR  #70827  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/30/90 

SUPPLEMENTAL  DSR  REQUESTED  $22,580.  TOTAL  DAMAGE  ESTIMATE  IS  $25,122. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $25,200, 

03/15/90 

RECEIVED  DSR  #89847  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $4,047. 

W/02/90 

KATHY  HOU  REPORTS  NEGOTIATIONS  COMPLETED. 

OA/26/90 

PROJECT  TRANSFERRED  TO  BOA. 

I NEXT  ACTION:  READY  FOR  DESIGN 

LINE  ITEM  NO.:  El-30  BOA  JOB  ORDER  #:  2037Q  ARCHITECT:  M.  DORIAN 

SITE:  3305  3RD  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-658  BUILDING  NAME:  FIRE  STATION  NO  25 


Damage  to  Building:  cracks  to  exterior  of  building,  mostly  in  front. 


Action  Taken: 


11/10/89 

BUILDING  INSPECTED  BY  HOU  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $5,000. 

12/07/89 

RECEIVED  DSR  #73292  FROM  FEMA  DAMAGE  ESTIMATE  IS  $643. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $2,870.41.  TOTAL  DAMAGE  ESTIMATE  IS  $3,437.91. 

02/06/90 

RECEIVED  $482.25  FOR  DSR  #73292  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $5,000. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

05/09/90  16:10 
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LINE  ITEM  NO.:  El-31  BOA  JOB  ORDER  #:  2038Q  ARCHITECT:  M.  DORIAN 

SITE:  80DIGBYST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-664  BUILDING  NAME:  FIRE  STATION  #26 


Damage  to  Building:  crack  in  upper  corner  of  apparatus  door  and  on  east  wall,  cracks  on  wall  above  deck  on 

EAST  SIDE  OF  BUILDING.  CRACKS  ON  EXTERIOR  WALL  IN  FRONT  OF  BUILDING  ABOVE  ROOF  DECK. 
BOILER  LEAKING. 


Action  Taken: 


11/04/89 

BUILDING  INSPECTED  BY  BECK  AND  FEHA.  BALL  PARK  ESTIMATE  WAS  $2,500. 

11/18/89 

RECEIVED  $1,087.12  FOR  DSR  #73273.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/18/89 

RECEIVED  DSR  #73273  FROM  FEHA  DAMAGE  ESTIMATE  IS  $1,450. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $799.  TOTAL  DAMAGE  ESTIMATE  IS  $2,248.50. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2,850. 

04/15/90 

EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  TN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1" 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA  | 

LINE  ITEM  NO.:  El-32  BOA  JOB  ORDER  #:  2040Q  ARCHITECT:  M.  DORIAN 

SITE:  3880  26THST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-668  BUILDING  NAME:  FIRE  STATION  #11 


Damage  to  Building:  plaster  cracks  in  apparatus  floor  area  over  the  door  to  chief's  office,  plaster  cracks 

NEAR  SKYLIGHT,  IN  THE  CEILING  OF  THE  BOOTROOM,  IN  THE  CEILING  OF  THE  HALLUAY  NEAR  THE  DOOR 
TO  THE  HOSE  TOUER,  AND  NEAR  THE  DOOR  TO  THE  HEN'S  BATHROOM.  SHOUERPAN  LEAK  HAS  WORSENED. 


Action  Taken: 


11/02/89 

BUILDING  INSPECTED  BY  KADEN  AND  FEHA.  BALL  PARK  ESTIMATE  WAS  $1,050. 

11/11/89 

RECEIVED  $451.87  FOR  DSR  #70866.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/11/89 

RECEIVED  DSR  #70866  FROM  FEHA  DAMAGE  ESTIMATE  IS  $603. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,063.  TOTAL  DAMAGE  ESTIMATE  IS  $1,665.50. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2,165. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA  1 

. > wo  16:11 
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LINE  ITEM  NO.:  El-33  BOA  JOB  ORDER  #:  2041Q  ARCHITECT:  M.  DORIAN 

SITE:  720  MOSCOW  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31^70  BUILDING  NAME:  FIRE  STATION  #43 

Damage  to  Bulkjlog:  ctAci  on  the  outside  uall  of  the  communications  room,  crack  down  the  apparatus  floor  and 

THE  ENTRY  DOOa.  CRACKS  AND  PLASTER  DOUN  ON  UALL  SEPARATING  THE  DORM  FROM  THE  HALL.  ON 
THE  SECOND  FLOOR,  CRACKS  AND  PLASTER  WERE  DOUN  ON  THREE  OF  THE  LIGHT  WELLS  IN  THE  HALL. 

Action  Taken: 

11/07/89  aUlLDING  INSPECTED  BY  PIRU2HAND  AND  FENA.  BALL  PARK  ESTIMATE  WAS  120,000. 

12/07/89  DSR  670982  SUSPENDED  • UNKNOWN  REASON. 

12/12/89  RECEIVED  DSR  070982  FROM  FEMA  DAMAGE  ESTIMATE  IS  ST, 949. 

01/26/90  supplemental  DSR  REQUESTED  S9,789.  TOTAL  DAMAGE  ESTIMATE  IS  111,738. 

::2/06/90  RECEIVED  11,461.86  FOR  DSR  070982  AS  PART  OF  CHECK  03  TOTALLING  1246,521. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  113,097. 

[ NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  £1-34 
SITE:  1295  SHATTER  AV 

BUILDING  NO.:  31-674 


AGENCY:  FIRE 

BUILDING  NAME:  FIRE  STATION  #17 


Damage  to  Building:  cracks  in  exterior  of  t^  stucco. 


Action  Taken; 

11/03/89 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  tS  12(S). 

03/26/90  RECEIVED  DSR  #73298  FROM  FBtA.  DAMAGE  ESTIMATE  UAS  184 


BUILDING  INSPECTED  BY  HOW  AMO  FEMA.  BAU  PARK  ESTIMATE  UAS  1200* 


NEXT  ACTKM:  NONE 


LINE  ITEM  NO.:  £1-35 
SITE:  6^  2ND  ST 
BUILDING  NO.:  31-676 


agency:;;:  RR£  ' 

BUILDING  NAME:  t PIPING  STATION  #1 


Danrage  to  Building:  minor  concrete  (»ack. 


■Ill 


Action  Taken: 

t0/30/B9  RIILDING  INSPECT^F  BY  BECK  m>  FEMA.  'SAiL  P/MOT  ESflMITf  UAS 

WS:¥S:S:?g; 

11/t»/89  RnrEiver  DSR  #73288  FROM  EBtA  DAMAGE  ^ttMAtg 

NOTE;  THIS  FACILITT  IS  INCLUDED  IM  EARTHOtiAKE  SAFETY  Um  ISSUE. 


04/15/90 


05/09/90  16:11 
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I MEXT  ACTiOK?  We 


L1NEITEWNO.:  El-36 

SHE;  38BLUXOlVESr  AGENCY:  FIBE 

emtOlNGNO.:  31^  SUllDmGNAME:  FIRE  STATION  #8 

j-’ 

Damage  to  Buittting:  At  m 4u«cri«6  of  m nm  wai^i  aho  ceatno. 

Action  Taken:  ' " 

10/30/d9  SUIL0IH6  INSPECTS^  BY  BECK!  AMO  8JU.L  MRK  ESTIMATE  WAS  .r^- 

11/12/89  RECEn^  eSR  #70802  FROM  F^XA  OAMASE  ESTIMATE  iS  $110< 

01/25/90  80A  VERIFt^  T«Af  OAMAOE  tS  tESS  T8A«  *250, 

04/15/90  MOTE:  THIS  FACILITY  IS  IMCLUOEO  tU  Tiff  "1989  EARTHOOAtt  SAFETY  BOttJ^I-SSUE  PHASE  1. 

j next  act  loM?  ittm 


LINE  ITEM  NO.;  El-37 

SITE:  135  SANCHEZ  ST 

BUILDING  NO.:  31-680 


BOA  JOB  ORDER#:  2042Q  ARCHITECT:  M.  DORIAN 

AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NAME:  FIRE  STATION  #6 


Damage  to  Building:  cracked  bricks  over  window  nr. stairs. & apparatus  floor.,  front  concrete  supports,  sides  of 
app.  doors,  hose  twr  all  sides,  truck  dorm  wall,  comm.rm.  & officers  rooms,  ffighters 

SHOWER,  SKYLIGHTS,  ENG. DORM, TRUCK  STORAGE  RM,  CONCRETE  IN  DRYING  ROOM,  LARGE  LEAK  IN  ROOF 
ABOVE  APPARATUS  DOOR,  TILE  APP.  FLR.  E.WALL  AND  FLR.N.&  E.  WALL. 

Action  Taken: 

10/31/89  BUILDING  INSPECTED  BY  KADEN  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  SI, 200. 

11/12/89  RECEIVED  $228.75  FOR  DSR  #70803.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/12/89  RECEIVED  DSR  #70803  FROM  FEMA  DAMAGE  ESTIMATE  IS  $305. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $1,514.  TOTAL  DAMAGE  ESTIMATE  IS  $1,819, 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2,370. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1- 


NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


m/09/90  16:12 
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LINE  ITEM  NO.:  Ei-38 
SITE:  1000  OCEAN  AV 

BUILDING  NO.:  31-682 


BOA  JOB  ORDER  #:  20430  ARCHITECT:  M.  DORIAN 

AGENCY:  RRE  CUENT:  J.  LYNCH 

BUILDING  NAME:  RRE  STATION  #15 


Damag*  to  Building:  cxacxs  in  h.uall  in  katn  m.  aucxs  along  main  support  beams  in  dorm,  cracks  over  both 

DOORS  IN  NIDOLE  OfFlCER'S  RM.  CRACK  DOWN  MIDDLE  OF  COM.  RM  CEILING.  CRACKS  IN  MORTAR  IN 
FRONT  OF  BLDG.  CRACKS  IN  UPPER  RIGHT  HAND  AND  PARAPET  UALL  IN  UPPER  BALCONY  SOUTH  SIDE. 
CRACKS  IN  PARAPET  UALL  ABOVE  UPPER  UINOOU.  REDUCED  UATER  PRESSURE. 

Action  Taktn: 

11/06/89  BUILDING  INSPECTED  BY  PIRUZMANO  AND  FENA.  BALL  PARK  ESTIMATE  UAS  S12.S00. 

11/20/89  RECEIVED  6847.38  FOR  DSR  #70954.  AS  PART  OF  CHECK  «1  TOTALLING  S115,651.00 

11/20/89  RECEIVED  DSR  #70954  FROM  FEMA  DAMAGE  ESTIMATE  IS  SI, 130. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  13,109.  TOTAL  DAMAGE  ESTIMATE  IS  14,239. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  15,588. 

04/15/90  MOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BONO  ISSUE  PHASE  1. 


I NEXT  ACTION:  NEGOTIATE  COST  UITH  FEMA 


LINE  ITEM  NO.:  El-39  BOA  JOB  ORDER  #:  2044Q  ARCHITECT:  M.  DORIAN 

SITE:  285  OLYMPIA  WY  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-684  BUILDING  NAME:  RRE  STATION  #20 

Damage  to  Building:  concrete  block  uall  supporting  parking  lot  gate  has  separated  from  the  blog,  apparatus 

FLOOR  ceiling  IS  CRACKED  ITS  ENTIRE  LENGTH  IN  THE  AREA  OF  THE  POLE  HOLES. 

Action  Taken: 

11/10/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $3,000. 

11/18/89  RECEIVED  1517.50  FOR  DSR  #73283.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/18/89  RECEIVED  DSR  #73283  FROM  FEMA  DAMAGE  ESTIMATE  IS  $690. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $1,289.70.  TOTAL  DAMAGE  ESTIMATE  IS  $1,979.70. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,000. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  -EG.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1" 
I NEXT  ACTION:  NEGOTIATE  COST  UITH  FEMA 


05/09/90  16:12 
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LINE  ITEM  NO.:  El-40  BOA  JOB  ORDER  #:  2045Q  ARCHITECT:  M.  DORIAN 

SITE:  416  JESSE  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-686  BUILDING  NAME:  FIRE  STATION  #1 


Damage  to  Building:  uest  wall  of  the  apparatus  floor  had  all  the  plaster  cohe  down,  walls  have  cracks,  kain 

FLOOR  REST  ROOH  HAS  PAINT  CRACKING  AND  TILE  DAMAGE.  WATER  IS  COMING  IN  THROUGH  CRACKS 
FROM  THE  WAREHOUSE  ABOVE. 


Action  Taken: 


11/30/89 

RECEIVED  DSR  #73282  FROM  FEMA  DAMAGE  ESTIMATE  IS  $6,662. 

01/18/90 

RECEIVED  $4,996.31  FOR  DSR  #73282  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $133,285.25.  TOTAL  DAMAGE  ESTIMATE  IS  $139,947. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $480,000. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

DRAFT  DSR  #89725  ESTIMATED  DAMAGE  TO  BE' $174,468. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-41  BOA  JOB  ORDER  #:  2046Q  ARCHITECT:  M.  DORIAN 

SITE:  2300  FOLSOM  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-690  BUILDING  NAME:  FIRE  STATION  #7 


Damage  to  Building:  loose  ceiling  tiles  and  cracks  in  communications  area,  in  pantry  off  kitchen,  cracks 

OVERHEAD  IN  DESK  SITTING  ROOM  AREA.  BOILER  ROOM  HAS  CRACKS  ON  ALL  WALLS.  CRACKS  IN  CEILI 
NG  OF  BATHROOM;  CRACKS  NEAR  HOSE  TOWER  OVERHEAD.  CRACKS  IN  BRICK  WALL  NEAR  STAIRS  TO 
FIREHOUSE. 


Action  Taken: 


11/03/89 

BUILDING  INSPECTED  BY  PRICE  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $1,500. 

11/11/89 

RECEIVED  DSR  #70855  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

11/11/89 

RECEIVED  DSR  #70850  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

11/11/89 

RECEIVED  DSR  #70863  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

11/12/89 

RECEIVED  DSR  #70867  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

12/07/89 

DSR  #70952  SUSPENDED  • DAMAGE  LESS  THAN  $250. 

12/28/89 

RECEIVED  DSR  #70952  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $232. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $614.  TOTAL  DAMAGE  ESTIMATE  IS  $3,029. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $1,028. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

/09/W  16:13 
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LINE  ITEM  NO.:  Et-42 

SITE:  150  S TWIN  PEAKS  AGENCY:  FIRE 

BUILDING  NO.:  31-682  BUILDING*  NAME:  AUXlUARY  WATER  SUPPLY  SYSTEM 

Damage  to  Building:  mo  damage 
Action  Taken: 

01/P5/90  8QA  VtMJflEO  MO  DAMAGE. 

j MEXT  ACTION:  NONE 


LINE  ITEM  NO.:  El-43 
SITE:  1145STANYANST 

BUILDING  NO.:  31-696 


BOA  JOB  ORDER  #:  2047Q  ARCHITECT:  M.  DORIAN 

AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NAME:  FIRE  STATION  #12 


Damage  to  Building:  earthquake  forces  caused  minor  cracking  in  interior  plaster  and  concrete  walls  and  cracks 

IN  EXTERIOR  STUCCO.  OTHER  DAM  AGE  IS  1 BROKEN  MIRROR  IN  BATHROOM.  ELIGIBLE  WORK 
INCLUDES:  MIRROR  REPLACEMENT  & INSTALLATION.  FILLING  AND  PAINTING  OF  PLASTER  CRACKS, 
EPOXY  REPAIR  i PAINT  OF  CONCRETE  CRACKS  AND  REPAIR  AND  PAINT  OF  STUCCO  WALLS. 


Action  Taken: 

10/31/89  BUILDING  INSPECTED  BY  KADEN  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  *1,400. 

11/11/89  RECEIVED  *508.46  FOR  DSR  #70819.  AS  PART  OF  CHECK  #1  TOTALLING  *115,651.00 

11/11/89  RECEIVED  DSR  #70819  FROM  FEMA  DAMAGE  ESTIMATE  IS  *678. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  *1,141.05.  TOTAL  DAMAGE  ESTIMATE  IS  *1,819. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  *2,370. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EO.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1" 


NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO,:  El-44 
SITE:  100  N SANTIAGO  ST 




8UILJDlNd;Sii^Rffi|:Wii 


BUILDING  NO.:  31-698 


Damage  to  Bufldfng:  earthquake  damage  to  Tftti  mt  um  EVALtatEO  a*  of  , tee  OAtr  of  rat*  report 


Action  Taken:  v 

12/02/89  RJILDINC  INSPECTED  BY  MOW  «»  FEwSlIfiS^  ESTIMATE  WAS 'SO, 


NEXT  ACTION; 


05/09/90  16:13 
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LINE  ITEM  NO.:  El-45 

SITE:  215518THAV  AGENCY:  FIRE 

BUILDING  NO.:  31-700  BUILDING  NAME:  FIRE  STATION  #40 

Damage  to  Building:  cracks  in  ceiling  in  officer's  room  and  upper  floor  structural  beam,  several  cracked 

WINDOWS. 

Action  Taken: 

11/09/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $300. 

11/20/89  RECEIVED  DSR  #73287  FROM  FEMA  DAMAGE  ESTIMATE  IS  $145. 

01/25/90  BOA  VERIFIED  DAMAGE  IS  LESS  THAN  $250. 

01/26/90  SUPPLEMENT  DSR  REQUESTED  $7,038.  TOTAL  DAMAGE  ESTIMATE  IS  $7,183. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $300. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  EI-46  BOA  JOB  ORDER  #:  2048Q  ARCHITECT:  M.  DORIAN 

SITE:  1347  45THAV  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-702  BUILDING  NAME:  FIRE  STATION  #23 

Damage  to  Building:  cracks  in  rear  wall  and  front  door  area,  in  roof  and  front  firewall,  cracks  in  drying 

ROOM  IN  BASEMENT  AND  ABOVE  DOOR.  CRACKS  IN  HOSE  TOWER  ALL  WALLS.  CRACKS  IN  FURNACE  VENT 
AND  VICINITY  & N.&  S.  WALLS  WALLS  IN  BASEMENT.  CRACKS  IN  MEN'S  DORM.  TILE  IN  REAR  SHOWER, 
MEN'S  BATHROOM.  TILES  TOILET  AREA  UPSTRS  BATH  AND  OFFICER'S  BATHROOM  ABOVE  SINK. 

Action  Taken: 

11/09/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $3,000. 

11/16/89  RECEIVED  $504.00  FOR  DSR  #73281.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 
11/16/89  RECEIVED  DSR  #73281  FROM  FEMA  DAMAGE  ESTIMATE  IS  $672. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $1,722.96.  TOTAL  DAMAGE  ESTIMATE  IS  $2,461.21. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,000. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1- 
NeXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


‘/09r90  16:U 
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LINE  ITEM  NO.:  EI-47  BOA  JOB  ORDER  #:  2049Q  ARCHITECT:  M.  DORIAN 

SITE:  44112THAV  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-704  BUILDING  NAME:  FIRE  STATION  #31 

Damage  to  Building:  cracks  at  upper  r corner  of  front  door  and  around  frame. d as  crack  over  apparatus  door; 

CRACKS  BET.  WINDOWS  AT  EATING  AREA.  CEILING  HAS  FULL  WIDTH  CRACKS  IN  ALL  AREAS  OF  THE 
BLDG.  CRACKS  IN  WALLS  AND  CEILINGS  OF  DORMS.  ROOF  AND  FIREWALL  AREA  APPEARS  UNDAMAGED. 

Action  Taken: 

11/02/89  BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  SIO.OOO. 

01/16/90  RECEIVED  DSR  #73291  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $4,728.29. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $8,740.65.  TOTAL  DAMAGE  ESTIMATE  IS  $13,468.94. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $14,250. 

03/13/90  RECEIVED  $3,546.22  FOR  DSR  #73291  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE'1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  E1^ 

SITE:  1935  32NDAV  AGENCY:  FIRE 

BUILDING  NO.:  31-706  BUILDING  NAME;  FIRE  STATION  #16 

Damage  to  Building:  crack  ik  wall  above  forward  section  of  iuin  awwatus  f of  kfildimc.  crack:  i« 

HU  PARAPET  WAU..  ' "7^  7 

Action  Taken: 

11/09/89  BUILDING  INSPECTED  BY  HOW  AND  PE>U.  BALt  WAS  $2,000- 

11/20/89  RECEIVED  DSR  #73286  FROM  FEMA  DM1ASE  ESTIHATE- IS  ;$62iS 

01/25/90  BOA  VE8IFie>  DAMA£$  IS  LESS  THAN  $250. 

j NEXT  ACT! W;  NOI« 


LINE  ITEM  NO.:  El-49  BOA  JOB  ORDER  #:  20500  ARCHITECT:  M.  DORIAN 

SITE:  1290  16THAV  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-708  BUILDING  NAME:  FIRE  STATION  #22 

Damage  to  Building:  minor  cracks  in  the  ceiling  of  the  hen's  washroom,  cracks  in  boiler  room,  separation  of 

CEILING  IN  FRONT  OF  OFFICER'S  QUARTERS. 

Action  Taken: 

11/03/89  BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $2,750. 

RECEIVED  $202.50  FOR  DSR  #73294.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 


11/11/89 


05/09/90  16:  U 
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11/11/89 

RECEIVED  DSR  #73294  FROM  FEMA  DAMAGE  ESTIMATE  IS  S270. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,244.  TOTAL  DAMAGE  ESTIMATE  IS  $1,514. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $1,500. 

04/15/90 

EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1" 

1 NEXT  ACTION;  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-50  BOA  JOB  ORDER  #:  2051Q  ARCHITECT:  M.  DORIAN 

SITE:  551  26THAV  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-710  BUILDING  NAME:  FIRE  STATION  #14 


Damage  to  Building:  cracks  in  exterior  wall,  front  and  rear,  cracks  in  the  backyard  concrete  pad.  water  is 

COMING  THROUGH  THE  RETAINING  WALL.  WATER  IS  COMING  INTO  THE  APPARATUS  FLOOR  THROUGH  THE 
SECOND  FLOOR  ATRIIM.  ADD:  CRACKS  IN  ROOF. 


Action  Taken: 


11/02/89 

BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $11,000. 

11/11/89 

RECEIVED  $1,998.37  FOR  DSR  #73297.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/11/89 

RECEIVED  DSR  #73297  FROM  FEMA  DAMAGE  ESTIMATE  IS  $2,665. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $7,038.  TOTAL  DAMAGE  ESTIMATE  IS  $9,703. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $11,250. 

04/15/90 

EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1" 

I NEXT  ACTION;  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-51  BOA  JOB  ORDER  #:  2052Q  ARCHITECT:  M.  DORIAN 

SITE:  499  41  ST AV  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-712  BUILDING  NAME:  FIRE  STATION  #34 


Damage  to  Building:  cracks  in  brick  face  of  station  over  wouth  apparatus  door,  leaks  in  boiler  rm.  broken 

CEILING/EHERGENCY  LIGHTS.  CEILING  LEAKS  IN  WORK/HOSE  STORAGE  RM.  BATHRM  WALL  TILE  CRACKED 
AND  DISPLACED.  BROKEN  WINDOW  IN  KITCHEN.  3 BROKEN  WINDOWS  IN  COMM.  RM.  TILE  FLR.  CRACKED 
IN  FFIGHTERS'  BATHRM.  CRACKED  PLASTER  IN  UPSTAIRS  HALLWAY. 


Action  Taken: 


11/02/89 

BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $4,000. 

01/16/90 

RECEIVED  DSR  #73280  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $400.25. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $752.  TOTAL  DAMAGE  ESTIMATE  IS  $1,160.50. 

02/23/90 

03/13/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $1,600. 

RECEIVED  $300.19  FOR  DSR  #73280  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

03/13/90 
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NEXT  ACTION:  NEGOTIATE  COST  WITH  FEKA 


LINE  ITEM  NO.:  Et-52 

SITE:  1152  OAK  ST  AGENCY:  FIRE 

BUILDING  NO.:  31-714  BUILDING  NAME:  ENGINE  21  (INACTIVE) 

Damage  to  Building:  roof  leai^  im  kortnuest  corner  km  over  oounstairs  sathroom.  interior  uau  crao:$  widened, 

LANDNARK  «89 

Action  Taken: 


LINE  ITEM  NO.:  El-53  BOA  JOB  ORDER  #:  20530  ARCHITECT:  M.  DORIAN 

SITE:  1443  GROVE  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-716  BUILDING  NAME:  FIRE  STATION  #21 

Damage  to  Building:  cracks  in  exterior  uall,  front  and  rear,  cracks  in  the  back  yard  concrete  pad.  water  is 

COMING  through  THE  RETAINING  UALL.  WATER  IS  COMING  INTO  THE  APPARATUS  FLOOR  THROUGH  THE 
SECOND  FLOOR  ATRIUM. 

Action  Taken: 

11/02/89  BUILDING  INSPECTED  BY  KAOEN  AND  FENA.  BALL  PARK  ESTIMATE  WAS  $17,000. 

11/11/89  RECEIVED  $2,556.45  FOR  DSR  #70820.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/11/89  RECEIVED  DSR  #70820  FROM  FEMA  DAMAGE  ESTIMATE  IS  $3,409. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $2,209.  TOTAL  DAMAGE  ESTIMATE  IS  $5,617.60. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $7,300. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  »EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1“ 
04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


05/09/90  16:15 
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LINE  ITEM  NO.:  El-54  BOA  JOB  ORDER  #:  20540  ARCHITECT:  M.  DORIAN 

SITE:  655  PRESIDIO  AV  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-718  BUILDING  NAME:  FIRE  STATION  #10 


Damage  to  Building:  cracks  in  retaining  wall  in  rear  of  firehouse,  cracked  tile  in  upstairs  bathroom;  cracks 

IN  ROOF;  BROKEN  BACK  DOOR. 


Action  Taken: 


11/01/89 

BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $5,000. 

11/18/89 

RECEIVED  $1,942.68  FOR  DSR  #73275.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/18/89 

RECEIVED  DSR  #73275  FROM  FEMA  DAMAGE  ESTIMATE  IS  $2,590. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $988.  TOTAL  DAMAGE  ESTIMATE  IS  $3,578.25. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $4,475. 

04/15/90 

EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1« 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  EI-55  BOA  JOB  ORDER  #:  20550  ARCHITECT:  M.  DORIAN 

SITE:  109  OAK  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-720  BUILDING  NAME:  FIRE  STATION  #36 


Damage  to  Building:  cracks  in  east  side  uall  adjacent  to  center  beam  of  appartus  flr.;  laundry  rm.,  hose 

TOWER;  U.WALL  FIRST  LNDG.  STAIRS;  N.U. CORNER  DORM  BATHRM. ;CEILING  ABOVE  DOORS  TO  OFFICER'S 
ROOMS.  SEPARATION  OF  CONCRETE  BEAM  AND  PARTITION  WALL  OF  OFFICER'S  QUARTERS. 


Action  Taken: 


11/08/89 

BUILDING  INSPECTED  BY  PIRU2MAND  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $10,000. 

11/18/89 

RECEIVED  $316.15  FOR  DSR  #70977.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/18/89 

RECEIVED  DSR  #70977  FROM  FEMA  DAMAGE  ESTIMATE  IS  $422. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $5,240.  TOTAL  DAMAGE  ESTIMATE  IS  $5,662. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $7,011. 

03/02/90 

RECEIVED  DSR  #89830  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $3,793.80. 

04/15/90 

MOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

1 NEXT  ACTION:  READY  FOR  DESIGN 

W/09/V0  16:16 
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LINE  ITEM  NO.:  EI-56  BOA  JOB  ORDER  #:  2056Q  ARCHITECT:  M.  DORIAN 

SITE:  1301  TURK  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-722  BUILDING  NAME:  FIRE  STATION  #5 

Damagt  to  Building:  entire  firehouse  shows  evidence  of  hairline  cracks,  no.  of  cracks  on  ext.  of  bldg,  and 

CEILING.  BRICK  WALLS  ON  THE  E.i  N.  SIDES  OF  BLDG.  SHOW  CRACKS  WHERE  THE  WALLS  MEET  THE 
FIREHOUSE.  THERE  ARE  CRACKS  IN  EVERY  ROOM  ON  BOTH  THE  FIRST  AND  SECOND  FLOOR. 

Action  Taken: 

10/31/89  BUILDING  INSPECTED  BY  KADEN  AND  FENA.  BALL  PARK  ESTIMATE  WAS  $1,400. 

11/11/89  RECEIVED  $529.08  FOR  OSR  870805.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/11/89  RECEIVED  DSR  870805  FROM  FEMA  DAMAGE  ESTIMATE  IS  $705. 

01/26/90  SUF>PLEMENTAL  OSR  REQUESTED  $$1,314.  TOTAL  DAMAGE  ESTIMATE  IS  $2,019. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2,625. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  '‘EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1" 

NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-57  BOA  JOB  ORDER  #:  2057Q  ARCHITECT:  M.  DORIAN 

SITE:  1067  POST  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-724  BUILDING  NAME:  FIRE  STATION  #3 

Damage  to  Building:  cracks  along  top  of  firewall  facing  post  street  and  one  brick  missing  from  wall,  cracks  in 

SHEETROCK  AND  PLASTER  IN  DORM,  WALL  FACING  POST  ST.  CRACK  IN  SHEETROCK  NEAR  ENTRY  TO 
SHOWERS  IN  DORM  BATHROOM.  ALSO  CRACKS  IN  SHOWERS. 

Action  Taken: 

11/08/89  BUILDING  INSPECTED  BY  PIRUZMAND  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $6,000. 

12/07/89  DSR  870981  SUSPENDED  - DAMAGE  LESS  THAN  $85. 

12/11/89  RECEIVED  DSR  870981  FROM  FEMA  DAMAGE  ESTIMATE  IS  $85. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $$2,944.  TOTAL  DAMAGE  ESTIMATE  IS  $3,029. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $4,378. 

i NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-58 

SITE:  2150CAUFORNIAST 

BUILDING  NO.:  31-726 


BOA  JOB  ORDER  #:  2058Q  ARCHITECT:  M.  DORIAN 

AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NAME:  FIRE  STATION  #38 


Damage  to  Building:  cracks  in  east  wall  of  apparatus  floor. 
Action  Taken: 


05/09/90  16:16 
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11/01/89  BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $1,500. 

11/08/89  RECEIVED  $871.87  FOR  DSR  #73300.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 
11/08/89  RECEIVED  DSR  #73300  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,163. 

01/25/90  BOA  VERIFIED  $1,163  ESTIMATE  IS  OK. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 


NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO*:  E1-S$ 
SITE:  1648PAaRCAV 
BUILDING  NO.:  31-728 


AGENCY?  RRE 

BUILDING  NAME:  STATIC^  4 INACTIVE) 


Damage  to  Building:  earthquake  damage  to  this  aunsiiNG  gas  hot  evaloats}  as  of  oate  of  this  report 
Action  Taken:  ; 

11/13/09  80IL0IN6  1«a>ECTa>  BY  MOtf  AHO  FEMA.  BALL  PARK  ESTIMATE  WAS  SO. 


NEXT  ACTIISi:  NONE 


LINE  ITEM  NO.:  EI-60  BOA  JOB  ORDER  #:  2059Q  ARCHITECT:  M.  DORIAN 

SITE:  2251  GREENWICH  ST  AGENCY : FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-730  BUILDING  NAME:  FIRE  STATION  #16 

Damage  to  Building:  cracks  in  ceiling  in  firefighters  dorm,  cracks  in  hallway  to  dorm,  engine  room  and 

RESTROOMS. 

Action  Taken: 

11/02/89  BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $3,500. 

12/08/89  RECEIVED  DSR  #73272  FROM  FEMA  DAMAGE  ESTIMATE  IS  $560.  BUT  COST  IS  INELIGIBLE. 

01/25/90  BOA  VERIFIED  $560  ESTIMATE  IS  OK. 

I NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 


LINE  ITEM  NO*:  Ei-6t 

r 

SITE:  TOT  MASON 

ACaENCY:  FIRE 

BUILDING  NO.:  31-732 

BUlUi^Q  NAME:  SALT  WATER  PUMRNG  STATICS  #2 

Damage  to  Bull(fing:  jotirrs  kxif  amd  wail  has  cracks* 

Action  Taken: 


W/09/^  16:16 
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11/05/89 

•UILOINC  INSPECTED  BY  BECK  AMD  FIHA.  BALL  PARK  ESTIMATE  WAS  SO. 

11/11/89 

RECEIVED  DSR  #73271  FROM  FEMA  DAMAGE  ESTIMATE  IS  SO. 

j NEXT  ACTION!  NONE 

LINE  ITEM  NO.:  E1-€2  BOA  JOB  ORDER  #:  2060Q  ARCHITECT:  M.  DORIAN 

SITE:  260  GOLDEN  GATE  AV  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-734  BUILDING  NAME:  SFFD  HEADQUARTERS 


Damage  to  Building:  cracks  im  stairwell  from  4th  to  5th  floors  4 ft.  above  handrail,  uarpage  and  stress  cracks 

ON  5TH  FLR  AT  ENTRY  TO  ROOMS.  SEPARATION  (VERT)  S.  WALL  OF  5TH  FLR.  COMPUTER  ROOM.  DIAG. 
STRESS  LINES  ON  EXT.  PILLARS  BOTH  SIDES  OF  BLDG.  VERT.  CRACKS  FROM  GROUND  TO  1ST  FLR.  ON 
BOTH  SIDES  OF  BLDG.,  ESPECIALLY  FRONT  STAIRWELL.  INTERIOR  PLASTER  WALLS  CRACKED. 


Action  Taken: 


11/09/89 

BUILDING  INSPECTED  BY  PIRUZMAND  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $100,000. 

12/07/89 

DSR  #70998  SUSPENDED  - UNKOWN  REASON. 

12/15/89 

RECEIVED  DSR  #70998  FROM  FEMA  DAMAGE  ESTIMATE  IS  $7,204. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $32,537.  TOTAL  DAMAGE  ESTIMATE  IS  $39,741. 

02/06/90 

RECEIVED  $5,403.14  FOR  DSR  #70998  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $51,562. 

03/08/90 

RECEIVED  DSR  #89876  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $16,312.55. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

1 NEXT  ACTION:  READY  FOR  DESIGN 

LINE  ITEM  NO.:  El-63  BOA  JOB  ORDER  #:  2061Q  ARCHITECT:  M.  DORIAN 

SITE:  870  BUSH  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-736  BUILDING  NAME:  CHIEF  SULUVAN  MEMORIAL  HOME 


Damage  to  Building:  upstairs  crack  in  ceiling,  landmark  #42. 


Action  Taken: 


11/09/89 

BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $3,000. 

11/30/89 

RECEIVED  DSR  #73277  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,378. 

01/18/90 

RECEIVED  $1,033.39  FOR  DSR  #73277  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/26/90 

02/23/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,298.46.  TOTAL  DAMAGE  ESTIMATE  IS  $2,676.46. 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,000. 

02/23/90 


05/09/90  16:17 
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NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-64  BOA  JOB  ORDER  #:  2062Q  ARCHITECT:  M.  DORIAN 

SITE:  1325  LEAVENWORTH  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-738  BUILDING  NAME:  FIRE  STATION  #41 

Damage  to  Building:  insulation  on  the  boiler  which  may  be  asbestos  has  become  delaminated,  the  insulation 

SHOULD  BE  REMOVED.  THE  BOILER  IS  NOW  LEANING  SLIGHTLY  TO  ONE  SIDE. 

Action  Taken: 

10/27/89  BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $15,000. 

11/18/89  RECEIVED  $250.83  FOR  DSR  #73293.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 
11/18/89  RECEIVED  DSR  #73293  FROM  FEMA  DAMAGE  ESTIMATE  IS  $334. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $550. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1- 
I NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO.:  Ei-65 
SITE:  530  SANSOME  ST 

BUILDING  NO.:  31-742 


BOA  JOB  ORDER#:  2063Q  ARCHITECT:  M.  DORIAN 

AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NAME:  FIRE  STATION  #13 


Damage  to  Building:  flashing  separating  the  bldg,  next  door  e.side  from  stat.13.  cracks  in  cement  in  basement 

FLR.,  PLASTER  IN  KITCHEN  WALL;  STAIRWAY  MEZZ.  LEVEL  & MEZZ.RM.;  OFFICERS'  BATHRM;  SHOWERS 
ON  MEZZ.;  TILE  ON  MEZZ.;  PLASTER  CASING  OF  DOOR  TO  ATRIUM;PL  ASTER  IN  THE  DORM;  ENTIRE 
STAIRWAY,  BROKEN  PLATE  GLASS  MIRROR  IN  BASEMENT  WEIGHT  ROOM. 


Action  Taken: 

10/27/89  BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $18,000. 

11/19/89  RECEIVED  $1,924.68  FOR  DSR  #73296.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/19/89  RECEIVED  DSR  #73296  FROM  FEMA  DAMAGE  ESTIMATE  IS  $2,566. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $1,459.25.  TOTAL  DAMAGE  ESTIMATE  IS  $4,025.25. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $5,900. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1" 


[ NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


! 
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LINE  ITEM  NO.:  El-66  BOA  JOB  ORDER  #:  2064Q  ARCHITECT:  M.  DORIAN 

SITE:  1340  POWELL  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-744  BUILDING  NAME:  FIRE  STATION  #2 


Damag*  to  Building:  sidewalk  cracking  l.  front  of  bldg,  stucco  cracking  on  ext.  of  bldg,  ceiling  and  wall 

CRACKING  IN  CHIEF'S  OFFICE,  APPARATUS  FLR  AREA,  STAIRWAY  AND  ROOF;  CRACKED  PLASTER  IN 
DORM,  CEILING  OF  OFFICERS/CHIEF'S/FFIGHTERS  BATHROOMS.  SEWER  DRAIN  PIPE  NEAR  CEILING  OF 
APPARATUS  FLOOR  LEAKING. 


Action  Taken: 


10/27/89 

BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $27,000. 

01/16/90 

RECEIVED  DSR  #70886  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $6,417.10. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $2,166.  TOTAL  DAMAGE  ESTIMATE  IS  $8,583. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $10,000. 

03/13/90 

RECEIVED  $4,812.83  FOR  DSR  #70886  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  EI-67  BOA  JOB  ORDER  #:  2065Q  ARCHITECT:  M.  DORIAN 

SITE:  1814  STOCKTON  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-746  BUILDING  NAME:  FIRE  STATION  #28 


Damage  to  Building:  cracks  in  the  apparatus  floor  area  and  in  the  basement. 


Action  Taken: 


10/27/89 

BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $14,000. 

11/27/89 

RECEIVED  $2,301.11  FOR  DSR  #70815.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/27/89 

RECEIVED  DSR  #70815  FROM  FEMA  DAMAGE  ESTIMATE  IS  $3,068. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $811.50.  TOTAL  DAMAGE  ESTIMATE  IS  $3,879.65. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $4,975. 

04/15/90 

EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1" 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

05/09/90  16:18 
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LINE  ITEM  NO.:  El-68  BOA  JOB  ORDER  #:  2066Q  ARCHITECT:  M.  DORIAN 

SITE:  676 HOWARD AV  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-748  BUILDING  NAME:  ARSON  TASK  FORCE  HEADQUARTERS 

Damage  to  Building:  cracks  in  roof  area  allowing  water  into  building,  misc.  interior  surface  cracks. 
Action  Taken: 

10/30/89  BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $9,500. 

11/11/89  RECEIVED  $835.50  FOR  DSR  #73299.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 
11/11/89  RECEIVED  DSR  #73299  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,114. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $5,941.  TOTAL  DAMAGE  ESTIMATE  IS  $7,055. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $8,100. 

03/01/90  RECEIVED  DSR  #89840  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $4,185. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE^  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO.:  El-69  BOA  JOB  ORDER  #:  20690  ARCHITECT:  M.  DORIAN 

SITE:  1300  4THST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-754  BUILDING  NAME:  STATION  #30 

Damage  to  Building:  severe  damage  reported. 

Action  Taken: 

10/31/89  BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $9,500. 

11/11/89  RECEIVED  $1,321.87  FOR  DSR  #73269.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/11/89  RECEIVED  DSR  #73269  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,763. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $8,120.  TOTAL  DAMAGE  ESTIMATE  IS  $9,882.50. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $11,950. 

03/08/90  RECEIVED  DSR  #89882  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $2,238. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1“ 
I NEXT  ACTION:  READY  FOR  DESIGN 


OT/09/90  16:18 
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LINE  ITEM  NO.:  El-70  BOA  JOB  ORDER  #:  2070Q  ARCHITECT:  M.  DORIAN 

SITE:  299  VERMONT  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-756  BUILDING  NAME:  FIRE  STATION  #29 

Damage  to  Bulldirvg:  cracks  om  north  uall  and  hose  touer  uall  and  west  uall  of  station  above  sideualk.  cracks 

ON  UALL  ABOVE  DORM  DOOR  IN  HALLUAY.  DOOR  TO  CAPTAINS  ROOM  OUT  OF  ALIGNMENT. 

Action  Taken; 

11/08/89  BUILDING  INSPECTED  BY  PIRUZMAND  AND  FENA.  BALL  PARK  ESTIMATE  UAS  $6,000. 

11/18/89  RECEIVED  DSR  fWTS  FROM  FEMA  DAMAGE  ESTIMATE  IS  $240. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $1,666.  TOTAL  DAMAGE  ESTIMATE  IS  $1,906. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,255. 

03/08/90  RECEIVED  DSR  #89850  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $907.35. 

NEXT  ACTION:  OBTAIN  FEMA  CHECK 


LINE  ITEM  NO.:  El-71  BOA  JOB  ORDER  #:  2071Q  ARCHITECT:  M.  DORIAN 

SITE:  798  WISCONSIN  ST  AGENCY:  FIRE  CLIENT:  J.  LYNCH 

BUILDING  NO.:  31-758  BUILDING  NAME:  FIRE  STATION  #37 

Damage  to  Building:  cracks  around  windows  mostly  north  and  west  in  the  ext.  int  communications  room  ceiling 

CORNERS  AND  BET.  LIGHT  FIXTURES.  OFFICERS  AND  CAPTAINS  ROOMS  HAVE  CRACKS  IN  FLOOR  & 
CEILING.  REAR  OFFICERS  ROOM  - DOOR  OUT  OF  ALIGNMENT.  CAPTAINS  ROOM  HAS  CRACK  IN  CORNER. 
UPSTAIRS  BATHROOM  PLASTER  CRACK  OVER  DOOR;  DOOR  OUT  OF  ALIGNMENT. 

Action  Taken: 

11/08/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $3,500. 

01/16/90  RECEIVED  DSR  #73279  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $997.25. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $2,229.80.  TOTAL  DAMAGE  ESTIMATE  IS  $3,227.05. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,500. 

03/13/90  RECEIVED  $747.94  FOR  DSR  #73279  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO,f t-72 
SITE:  909TEN8^ES&$T 
BUILDING  NO.:  31-780 


AGENCY:  RRE 

BUILC^G  NAME:  ENGINE  16  {INACTIVE) 


Darrfflge  to  damai^  to  tHtt  fvAtjijAtee  as  of  rm  OAti  of  rats  i^poftt 


Action  Taken: 


05/09/90  16:19 
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11/13/89 


8U1Lei«6  I«SPECTE8  BY  AM)  PEMA.  BALL  PASK  ESTIMATE  WAS  SO. 


«EJtT  action;  ittm 


LINE  ITEM  NO.:  EI-73  BOA  JOB  ORDER  #:  2072Q  ARCHITECT:  M.  DORIAN 

SITE:  2501  25THST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-762  BUILDING  NAME:  EQUIPMENT  UNIT  HEADQUARTERS 

Damage  to  Building:  apparatus  flr.  foundation  & walls  cracked,  skylight  crack  n ear  u.  side,  door  window 

CRACKED.  APPARATUS  DOOR  IS  OUT  OF  ALIGNMENT.  ROOF  IS  MISSING  TILES.  LEAKS  IN 

APP. FLR. CEIL.  WALL  AND  CEILING  CRACKS.  MISC.  DOORS  OUT  OF  ALIGNMENT.  BOILER  DAMAGED  BY 

SHAKE. 

Action  Taken: 

11/08/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $1,200. 

01/16/90  RECEIVED  DSR  #73278  FROM  FEMA.  DAMAGE  ESTIMATE  IS  S523. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  SI, 200. 

03/13/90  RECEIVED  $392.25  FOR  DSR  #73278  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

I NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 


LINE  ITEM  NO.:  El-74  BOA  JOB  ORDER  #:  20730  ARCHITECT:  M.  DORIAN 

SITE:  194  PARK  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-764  BUILDING  NAME:  FIRE  STATION  #32 

Damage  to  Building:  cracks  in  the  exterior  of  the  stucco. 

Action  Taken: 

11/01/89  RECEIVED  $189.93  FOR  DSR  #70865.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/02/89  BUILDING  INSPECTED  BY  KADEN  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $600. 

11/11/89  RECEIVED  DSR  #70865  FROM  FEMA  DAMAGE  ESTIMATE  IS  $253. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $965.75.  TOTAL  DAMAGE  ESTIMATE  IS  $1,219. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $1,585. 

04/15/90  EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  «EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1“ 
I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


W/W/^  16:20 
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LINE  ITEM  NO.:  El-75  BOA  JOB  ORDER  #:  2074Q  ARCHITECT:  M.  DORIAN 

SITE:  2430  SAN  BRUNO  AV  AQENCY : FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-766  BUILDING  NAME:  FIRE  STATION  #42 

Damage  to  BulkJIng:  repcats  available  at  station. 

Action  Taken: 

11/10/09  BUILDING  INSPECTED  BY  HOU  AND  FENA.  BALL  PARK  ESTIMATE  WAS  $1,500. 

11/20/09  RECEIVED  DSR  #73284  FROM  FEMA  DAMAGE  ESTIMATE  IS  $221. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $469.  TOTAL  DAMAGE  ESTIMATE  IS  $690. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $1,500. 

NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  E1-76  BOA  JOB  ORDER  #:  2075Q  ARCHITECT:  M.  DORIAN 

SITE:  1298  GIRARD  ST  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-768  BUILDING  NAME:  FIRE  STATION  #44 

Damage  to  Building:  cracks  in  wall  2nd  flr  along  sup. beam  of  dorm  and  over  both  doors  of  officers  rm.;  main 
FLR  communications  RM  CEILING  AND  S.U.  WALLS;  EXT.  WALLS  AND  PARAPETS.  GARAGE  ROOF 
SEPARATED  FROM  RETAINING  WALL  BY  2 INCHES  ALLOWING  WATER  TO  ENTER.  NORTH  RETAINING  WALL 
AND  HOSE  RACK  FOUNDATION  HAVE  NUMEROUS  CRACKS. 

Action  Taken: 

11/08/89  BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $10,000. 

12/06/89  RECEIVED  DSR  #73276  FROM  FEMA  DAMAGE  ESTIMATE  IS  $2,375. 

01/18/90  RECEIVED  $1,780.88  FOR  DSR  #73276  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/26/90  SUPPLEMENTAL  DSR  REQUESTED  $3,556.66.  TOTAL  DAMAGE  ESTIMATE  IS  $5,908.66. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $10,000. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  E1-77 

SITE:  8 CAPITOL  AV 

BUILDING  NO.:  31-770 


BOA  JOB  ORDER  #:  20760  ARCHITECT:  M.  DORIAN 

AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NAME:  FIRE  STATION  #33 


Damage  to  Building:  two  cracks  on  the  front  of  the  building  to  the  left  of  the  appratus  door,  three  cracks  at 

THE  REAR  OF  THE  BUILDING  ABOVE  THE  REAR  DOOR.  SIX  CRACKS  ON  THE  SIDE  OF  THE  BUILDING 
SPACED  FROM  THE  FRONT  TO  THE  REAR.  CRACKS  IN  THE  CURBING  ON  BOTH  SIDES  OF  THE  DRIVEWAY 
AND  IN  THE  PARKING  LOT. 


Action  Taken: 
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11/07/89 

BUILDING  INSPECTED  BY  PIRUZMAND  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $6,000. 

11/20/89 

RECEIVED  DSR  #70955  FROM  FEMA  DAMAGE  ESTIMATE  IS  $223. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $2,727.  TOTAL  DAMAGE  ESTIMATE  IS  $2,950.12. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $4,299. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA  j 

LINE  ITEM  NO.:  El-78  BOA  JOB  ORDER  #:  2077Q  ARCHITECT:  M.  DORIAN 

SITE:  PIER 22.5  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-1006  BUILDING  NAME:  FIRE  STA  49/FIRE  BOAT  HEADQTRS 


Damage  to  Building:  interior  and  exterior  walls,  glass  door,  4*  sliding  glass  door  are  broken,  roof  tiles 

CRACKED.  FRONT  WINDOW  BROKEN.  FRONT  DOORS  OUT  OF  ALIGNMENT. 


Action  Taken: 


10/31/89 

BUILDING  INSPECTED  BY  BECK  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $6,500. 

01/16/90 

RECEIVED  DSR  #73295  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $1,422.20. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $3,139.68.  TOTAL  DAMAGE  ESTIMATE  IS  $4,561.88. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $5,050. 

03/13/90 

RECEIVED  $1,066.65  FOR  DSR  #73295  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-79  BOA  JOB  ORDER  #:  2017Q  ARCHITECT:  G.  GROTH  / J.  BUKER 

SITE:  375  WOODSIDE  AV  AGENCY:  JUVENILE  COURT  CUENT:  J.  WEST 

BUILDING  NO.:  12-778  BUILDING  NAME:  YOUTH  GUIDANCE  CENTER 


Damage  to  Building:  slight  cracking  around  door  frames  and  the  foundation  of  the  service  bldg,  friable 
ASBESTOS  disturbed.  SOME  PIPE  LEAKS. 


Action  Taken; 


11/01/89 

BUILDING  INSPECTED  BY  PIRUZMAND  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $480,000. 

11/10/89 

RECEIVED  DSR  #70842  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

11/10/89 

RECEIVED  DSR  #70859  FROM  FEMA  DAMAGE  ESTIMATE  IS  $20. 

11/10/89 

RECEIVED  DSR  #70840  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

11/10/89 

RECEIVED  DSR  #70841  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

11/10/89 

RECEIVED  DSR  #70846  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

11/10/89 

RECEIVED  DSR  #70843  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

11/10/89 

RECEIVED  DSR  #70836  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

11/10/89 

RECEIVED  DSR  #70845  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 
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11/10/89 

received  OSR  *70838  FROM  FEHA  DAMAGE  ESTIMATE  IS  SO. 

11/10/89 

RECEIVED  OSR  *70839  FROM  FEMA  DAMAGE  ESTIMATE  IS  SO. 

11/10/89 

RECEIVED  DSR  *70837  FROM  FEMA  DAMAGE  ESTIMATE  IS  SO. 

11/11/89 

RECEIVED  OSR  *70844  FROM  FEMA  DAMAGE  ESTIMATE  IS  SO. 

11/11/89 

RECEIVED  OSR  *70861  FROM  FEMA  DAMAGE  ESTIMATE  IS  S3, 060. 

11/11/89 

RECEIVED  DSR  *70951  FROM  FEMA  DAMAGE  ESTIMATE  IS  S2,550.  BUT  COST  IS  INELIGIBLE. 

11/11/89 

RECEIVED  S2,295.00  FOR  DSR  *70861.  AS  PART  OF  CHECK  *1  TOTALLING  S115,651.00 

11/11/89 

RECEIVED  DSR  *70847  FROM  FEMA  DAMAGE  ESTIMATE  IS  SO. 

11/11/89 

RECEIVED  OSR  *70835  FROM  FEMA  DAMAGE  ESTIMATE  IS  SO. 

11/24/89 

RECEIVED  DSR  *70848  FROM  FEMA  DAMAGE  ESTIMATE  IS  S88,329. 

11/29/89 

DSR  *70848  SUSPENDED.  EARTHQUAKE  INSURANCE  PENDING. 

12/26/89 

LHH  LETTER  TO  DPU  REQUESTS  REPLACEMENT  OF  CLARENDON  ROOF. 

01/05/90 

SUPPLEMENTAL  DSR  REQUESTED  S1 19,022.  TOTAL.  DAMAGE  ESTIMATE  IS  $212,981. 

02/02/90 

SUPPLEMENTAL  TO  DSR  *70848  REQUESTS  REINSTATEMENT  OF  AGREED  ITEMS  UHICH  WERE  DELETED  BY  FEMA. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $543,400. 

03/13/90 

RECEIVED  DSR  *89814  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $729. 

03/22/90 

RECEIVED  DSR  *89892  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $359,874.77. 

04/03/90 

F.  PIRUZMAND  REPORTS  NEGOTIATIONS  COMPLETED. 

04/26/90 

PROJECT  TRANSFERRED  TO  BOA. 

1 NEXT  ACTION:  AWAIT  BOND  ISSUE  | 

LINE  ITEM  NO.:  El-80  BOA  JOB  ORDER  #:  2018Q  ARCHITECT:  B.  GROTH 

SITE:  LA  HONDA  AGENCY:  JUVENILE  COURT  CLIENT:  J.  WEST 

BUILDING  NO.:  12-1042  BUILDING  NAME:  HIDDEN  VALLEY  RANCH 


Damage  to  Building:  cracks  in  several  roof  beams  over  library  building. 


Action  Taken: 


01/29/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,699.  TOTAL  DAMAGE  ESTIMATE  IS  $3,319  FOR  REPAIR  OF  RAFTERS  IN  TV  RM. 

02/05/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,611.  TOTAL  DAMAGE  ESTIMATE  IS  $2,485  FOR  REPAIR  OF  RAFTERS. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $1,600. 

03/08/90 

RECEIVED  DSR  #88838  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $785.84. 

03/08/90 

RECEIVED  DSR  #88917  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $874. 

I NEXT  ACTION:  OBTAIN  FEMA  CHECKS  | 
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LINE  ITEM  NO.:  El-81  BOA  JOB  ORDER  #:  2019Q  ARCHITECT:  G.  GROTH 

SITE:  LA  HONDA  AGENCY:  JUVENILE  COURT  CUENT:  J.  WEST 

BUILDING  NO.:  12-1043  BUILDING  NAME:  LOG  CABIN  RANCH 


Damage  to  Building:  leaks  in  hot  water  heating  fittings  in  the  dormitory,  cracks  in  the  concrete  and  resilient 

TILE  FLOOR  OF  THE  SCHOOL  BUILDING. 


Action  Taken: 


01/29/90 

SUPPLEMENT  DSR  REQUESTED  $504.  TOTAL  DAMAGE  ESTIMATE  IS  $1,343  IN  CLASSROOMS. 

02/05/90 

SUPPLEMENTAL  DSR  REQUESTED  $572.  TOTAL  DAMAGE  ESTIMATE  IS  $1,052  IN  DORMITORY. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $870. 

03/08/90 

RECEIVED  DSR  #88939  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $887.04. 

03/08/90 

RECEIVED  DSR  #88840  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $838.75. 

03/09/90 

RECEIVED  DSR  #88938  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $538.20. 

NEXT  ACTION:  OBTAIN  FEMA  CHECKS 


LINE  ITEM  NO.:  EI-82  BOA  JOB  ORDER  #:  22110  ARCHITECT:  J.  BUKER 

SITE:  375  LAGUNA  HONDA  BL  AGENCY:  LAGUNA  HONDA  CUENT:  L FUNK 

BUILDING  NO.:  85-923  BUILDING  NAME:  LAGUNA  HONDA  HOSPITAL 


Damage  to  Building:  extensive  damage  to  concrete  walls  and  slabs  especially  at  the  wing  connection  points  due 

TO  LACK  OF  EXPANSION  JOINTS.  EXTENSIVE  DAMAGE  TO  EXTERIOR  STUCCO  AND  PLASTER  WORK. 
EXTENSIVE  DAMAGE  TO  THE  ROOF  SYSTEMS  ON  MAIN  BUILDING  AND  CLARENDON  HALL.  FLOOR  DAMAGE  3 
INTERSECTION  POINTS  OF  WINGS. 


Action  Taken; 


11/08/89 

RECEIVED  DSR  #72005  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,461. 

11/08/89 

RECEIVED  $1,095.75  FOR  DSR  #72005.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/11/89 

RECEIVED  $1,527.75  FOR  DSR  #72006.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/11/89 

RECEIVED  DSR  #72006  FROM  FEMA  DAMAGE  ESTIMATE  IS  $2,037. 

11/20/89 

RECEIVED  DSR  #72010  FROM  FEMA  DAMAGE  ESTIMATE  IS  $6,069. 

11/29/89 

DSR  #72007  SUSPENDED  - PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

12/06/89 

LETTER  SENT  TO  OES  REQUESTING  SUPPLEMENTAL  DSR. 

12/07/89 

DSR  #72015  SUSPENDED  - PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

12/07/89 

BUILDING  INSPECTED  BY  YAU  & WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $217,000. 

01/18/90 

RECEIVED  $4,551.75  FOR  DSR  #72010  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/27/90 

RECEIVED  DSR  #72007  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $139,670.35. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE. 

04/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $59,688.  TOTAL  DAMAGE  ESTIMATE  IS  $2,310. 

05/02/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $302,750. 
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DRAFT  DM  i889O0  ESTIHATEO  DAMAGE  TO  BE  t3,112. 
DRAFT  DSR  #73505  ESTIMATED  DAMAGE  TO  BE  $1,280. 
DRAFT  DSR  #73504  ESTIMATED  DAMAGE  TO  BE  $26,582. 

MEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.;  El-83  BOA  JOB  ORDER  #:  20980  ARCHITECT:  R.  ABEL 

SITE:  4400  MISSION  ST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41^  BUILDING  NAME:  EXCELSIOR  UBRARY 

Damage  to  Building:  two  broken  windows,  acoustical  ceiling  tiles  damages,  broken  light  difussers.  roof  cracks 
AND  mage  to  carpet  WITH  RAINS  THAT  FOLLOWED.  BROKEN  LIGHT  DIFFUSERS. 

Action  Taken: 

12715/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $3,872. 

01/12790  SUPPLEMENTAL  DSR  REQUESTED  $6,304.  TOTAL  DAMAGE  ESTIMATE  IS  $10,054. 

01/27/90  RECEIVED  DSR  #71245  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $4,540.26. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $13,070. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  E1-84  BOA  JOB  ORDER  #:  2099Q  ARCHITECT:  R.  ABEL 

SITE:  451JERSEYST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-466  BUILDING  NAME:  NOE  VALLEY  BRANCH  UBRARY 

Damage  to  Building:  plaster  cracks  inside,  roof  leaks,  roof  drain  running  through  interior  wau  is  broken. 
Action  Taken: 

12/05/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $15,290. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $11,464.  TOTAL  DAMAGE  ESTIMATE  IS  $14,988. 

01/16/90  DSR  #71268  SUSPENDED  - PENDING  SHPO  REVIEW. 

01/27/90  RECEIVED  DSR  #71268  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $3,523.86. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $19,484. 

NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 
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LINE  ITEM  NO.:  El-85  BOA  JOB  ORDER  #:  2100Q  ARCHITECT:  R.  ABEL 

SITE:  3359  24THST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-468  BUILDING  NAME:  MISSION  BRANCH  UBRARY 

Damage  to  Building:  exterior  cracks  at  each  corner  of  building,  interior  has  cracks/fallen  plaster  on  both 

LEVELS  OF  BUILDING.  FURTHER  ENGINEERING  STUDY  REQUIRED. 

Action  Taken: 

12/22/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $62,966. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $38,187.  TOTAL  DAMAGE  ESTIMATE  IS  $60,780. 

02/09/90  RECEIVED  DSR  #71267  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $25,653.92. 

05/02/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $87,500. 

I NEXT  ACTION:  NEGOTIATE  COST  UITH  FEMA 


LINE  ITEM  NO.:  EI-86  BOA  JOB  ORDER  #:  2101Q  ARCHITECT:  R.  ABEL 

SITE:  355516THST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-474  BUILDING  NAME:  EUREKA  VALLEY  BRANCH  UBRARY 

Damage  to  Building:  interior  cracks  on  plaster,  tuo  broken  windows,  drop  ceiling  cracked,  broken  light 

DIFFUSERS. 

Action  Taken: 

12/11/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $521. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $452.  TOTAL  DAMAGE  ESTIMATE  IS  $516. 

01/27/90  RECEIVED  DSR  #72107  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $531.25. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $516. 

I NEXT  ACTION:  OBTAIN  FEMA  CHECK 


LINE  ITEM  NO.:  El-87  BOA  JOB  ORDER  #:  2102Q  ARCHITECT:  R.  ABEL 

SITE:  190  LENOX  WY  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-476  BUILDING  NAME:  WEST  PORTAL  BRANCH  UBRARY 

Damage  to  Building:  interior  plaster  cracks. 

Action  Taken: 

12/11/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $16,391. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $11,578.  TOTAL  DAMAGE  ESTIMATE  IS  $16,157 

01/16/90  DSR  #72098  SUSPENDED  - PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

RECEIVED  DSR  #72098  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $2,160. 


01/27/90 
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02/23/90  REVISED  BOA  PROJECT  COST  ESTIHATE  IS  S21,004. 

I MEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-88  BOA  JOB  ORDER  #:  2103Q  ARCHITECT:  R.  ABEL 

SITE:  3223  ORTEGA  ST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41^  BUILDING  NAME:  ORTEGA  BRANCH  UBRARY 

Damage  to  Building:  tuo  large  broken  windows,  cracked  roof  membrane. 

Action  Taken: 

12/11/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $1,699. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $1,231.  TOTAL  DAMAGE  ESTIMATE  IS  $1,687. 

01/27/90  RECEIVED  DSR  #72092  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $1,274.03. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2,193. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-89  BOA  JOB  ORDER  #:  2104Q  ARCHITECT:  R.  ABEL 

SITE:  1305  18THAV  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41^  BUILDING  NAME:  SUNSET  BRANCH  UBRARY 

Damage  to  Building:  exterior  stair  cracks,  exterior  terra  cotta  cracks,  interior  plaster  cracks. 
Action  Taken: 

12/11/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $34,974. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $25,917.  TOTAL  DAMAGE  ESTIMATE  IS  $34,399. 

01/27/90  RECEIVED  DSR  #72096  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $11,279.67. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $44,719. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-90  BOA  JOB  ORDER  #:  2105Q  ARCHITECT:  R.  ABEL 

SITE:  3519THAV  AGENCY:  UBRARY  CUENT:  R. WALSH 

BUILDING  NO.:  41-484  BUILDING  NAME:  RICHMOND  BRANCH  UBRARY 

Damage  to  Building:  plaster  cracks- interior,  collapsed  shelving. 

Action  Taken: 

12/11/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $8,028. 


05/09/90  16:24 

POST-QUAKE  RESTOFtATION  OF  » 

GENERAL  FUND  CITY  BUILDINGS 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $27,047.  TOTAL  DAMAGE  ESTIMATE  IS  $37,649. 

01/27/90 

RECEIVED  DSR  #72090  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $20,283.99. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $48,944. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  EI-91  BOA  JOB  ORDER  #•-  2106Q  ARCHITECT;  R.  ABEL 

SITE:  1833  PAGE  ST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-486  BUILDING  NAME:  PARK  BRANCH  UBRARY 


Damage  to  Building:  plaster  cracks  inside,  two  broken  uindous.  building  closed  pending  further  engineering 

STUDY.  EXTERIOR  STAIRS  CRACKED/BROKEN. 


Action  Taken: 


12/11/89 

BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $18,236. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $11,701.  TOTAL  DAMAGE  ESTIMATE  IS  $17,750. 

01/16/90 

DSR  #72093  SUSPENDED  - PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

01/27/90 

RECEIVED  DSR  #72093  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $11,178.68. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $23,075. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-92  BOA  JOB  ORDER  #:  2107Q  ARCHITECT:  R.  ABEL 

SITE:  3150  SACRAMENTO  ST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-488  BUILDING  NAME:  PRESIDIO  BRANCH  UBRARY 


Damage  to  Building:  broken  heat  control  valve,  plaster  cracks  on  ceiling  support  beams,  some  damage  to 

SHELVING.  BUILDING  CLOSED  PENDING  FURTHER  ENGINEERING  STUDY  OF  STRUCTURAL  DAMAGES. 


Action  Taken: 


12/07/89 

BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $13,500. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $8,939.  TOTAL  DAMAGE  ESTIMATE  IS  $13,345. 

01/16/90 

DSR  #71287  SUSPENDED  - PENDING  SHPO  REVIEW. 

01/27/90 

RECEIVED  DSR  #71287  FROM  FEMA.  DAMAGE  ESTIMATE  IS  U, 405. 03. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $17,348. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 
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LINE  ITEM  NO.:  El-93  BOA  JOB  ORDER  #:  2108Q  ARCHITECT:  R.  ABEL 

SITE:  1801  GREEN  ST  -AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-490  BUILDING  NAME:  GOLDEN  GATE  VALLEY  UBRARY 

Damage  to  Building:  cracked  uinoou.  loose  floor  tiles. 

Action  Taken: 

12/07/89  BUILDING  INSPECTED  BY  MANSUR  AND  FENA.  BALL  PARK  ESTIMATE  UAS  $6,861. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $3,305.  TOTAL  DAMAGE  ESTIMATE  IS  $6,681. 

01/16/90  DSR  #71290  SUSPENDED  - PENDING  SHPO  REVIEW. 

01/27/90  RECEIVED  DSR  #71290  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $4,097.90. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $8,685. 

I NEXT  ACTION:  OBTAIN  FEMA  CHECK 


LINE  ITEM  NO.:  EI-94  BOA  JOB  ORDER  #:  2109Q  ARCHITECT:  R.  ABEL 

SITE:  1890  CHESTNUT  ST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-492  BUILDING  NAME:  MARINA  BRANCH  UBRARY 

Damage  to  Building:  collapsed  book  shelving  unit,  four  cracked  windows,  loose  floor  tiles. 

Action  Taken: 

12/07/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $12,546. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $2,861.  TOTAL  DAMAGE  ESTIMATE  IS  $12,126. 

01/16/90  RECEIVED  DSR  #71292  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $9,411.12. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $15,764. 

03/13/90  RECEIVED  $7,058.34  FOR  DSR  #71292  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-95  BOA  JOB  ORDER  #:  2110Q  ARCHITECT:  R.  ABEL 

SITE:  UVRKINST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41^94  BUILDING  NAME:  MAIN  UBRARY  (CIVIC  CENTER) 

Damage  to  Building:  severe  structural  damage  to  north  wing,  broken  computer  system,  damage  to  exterior  of 

BUILDING.  DAMAGE  TO  NORTH  WING  STEAM  HEATING  SYSTEM,  ROOF  MEMBRANE,  FIRE  PROTECTION  SYSTEM 
& ELECTRICAL  SERVICE.  BROKEN  WINDOWS.  INTERIOR  PLASTER  CRACKS.  ELEVATOR  SHAFT  DAMAGED. 
FALLEN  EXTERIOR  GROUT  & BRICKS.  COLLAPSED  SHELVING.  CRACKED  PILARS. 

Action  Taken: 

11/17/89  BUILDING  INSPECTED  BY  TANG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $2,200,000. 
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11/29/89 

DSR  #73260  SUSPENDED  - PENDING  SHPO  REVIEW. 

11/29/89 

DSR  #73267  SUSPENDED  - PENDING  EARTHQUAKE  INSURANCE. 

12/18/89 

RECEIVED  DSR  #73260  FROM  FEMA  DAMAGE  ESTIMATE  IS  *172,974  FOR  CONTENTS. 

01/16/90 

RECEIVED  DSR  #73267  FROM  FEMA.  DAMAGE  ESTIMATE  IS  *277,458.50. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  *2,200,000. 

04/04/90 

GIL  TANG  REPORTS  NEGOTIATIONS  WITH  FEMA  CONTINUING. 

04/09/90 

SUPPLEMENT  DSR  REQUESTED  *1,761,285.  TOTAL  DAMAGE  ESTIMATE  IS  *2,038,743. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSl«  PHASE  1. 

05/02/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  *3,960,000. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-96  BOA  JOB  ORDER  #:  2111Q  ARCHITECT:  R.  ABEL 

SITE:  45  HYDE  ST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-496  BUILDING  NAME:  UBRARY  OFFICE  BLDG 


Damage  to  Building:  various  plaster  cracks  in  various  locations  inside  blog,  exterior  stucco  cracks,  three 

BROKEN  WINDOWS. 


Action  Taken: 


12/11/89 

BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  *360. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  *135.  TOTAL  DAMAGE  ESTIMATE  IS  *495. 

02/15/90 

RECEIVED  DSR  #72101  FROM  FEMA.  DAMAGE  ESTIMATE  IS  *360. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  *495. 

1 NEXT  ACTION:  OBTAIN  FEMA  CHECK 

LINE  ITEM  NO.:  El-97  BOA  JOB  ORDER  #:  21 120  ARCHITECT:  R.  ABEL 

SITE:  1135  POWELL  ST  AGENCY:  UBRARY  CLIENT:  R.  WALSH 

BUILDING  NO.:  41^98  BUILDING  NAME:  CHINATOWN  BRANCH  UBRARY 


Damage  to  Building:  interior  plaster  cracks  on  upper  level,  exterior  stairway/  ballastaros  cracxed/brokeh. 


Action  Taken: 


12/07/89 

BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  *19,577. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  *12,448.  TOTAL  DAMAGE  ESTIMATE  IS  *18,891. 

01/27/90 

02/23/90 

RECEIVED  DSR  #71296  FROM  FEMA.  DAMAGE  ESTIMATE  IS  *8,642.84. 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  *24,558. 

02/23/90 
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NEXT  ACTION:  NEGOTIATE  COST  WITH  FENA 


LINE  ITEM  NO.:  E1-98  BOA  JOB  ORDER  #:  21 130  ARCHITECT:  R.  ABEL 

SITE:  2000  MASON  ST  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-500  BUILDING  NAME:  NORTH  BEACH  BRANCH  UBRARY 

Damage  to  Building:  diffusers  damaged,  exterior  brick  fence  separated  & cracked,  ceiling  joists  cracked,  patio 

CRACKED.  LOOSE  CEILING  TILES.  LOOSE  LIGHT  FIXTURES. 

Action  Taken: 

12/07/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $14,953. 

01/07/90  RECEIVED  DSR  #71297  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $9,109.40. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $9,209.  TOTAL  DAMAGE  ESTIMATE  IS  $14,593. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $18,971. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-99  BOA  JOB  ORDER  #:  21140  ARCHITECT:  R.  ABEL 

SITE:  500  CORTLAND  AV  AGENCY:  UBRARY  CUENT:  R.  WALSH 

BUILDING  NO.:  41-1004  BUILDING  NAME:  BERNAL  HEIGHTS  UBRARY 

Damage  to  Building:  sewage  backup,  hundreds  of  books  lost  when  lower  level  flooded. 

Action  Taken: 

12/11/89  BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $622. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $338.  TOTAL  DAMAGE  ESTIMATE  IS  $618. 

01/16/90  DSR  #72104  SUSPENDED  - PENDING  SHPO  REVIEW. 

01/27/90  RECEIVED  DSR  #72104  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $280. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $618. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  Ei-ioo 

SITE:  1550  SCOTT  ST 

BUILDING  NO.:  41-1045 


BOA  JOB  ORDER  #:  21150  ARCHITECT:  R.  ABEL 

AGENCY:  UBRARY  CLIENT:  R.  WALSH 

BUILDING  NAME:  WESTERN  ADD.  BRANCH  UBRARY 


Damage  to  Building:  damaged  light  diffusers,  louvered  windows  jammed. 


Action  Taken: 
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12/07/89  BUILDING  INSPECTED  BY  MANSUR  AND  FENA.  BALL  PARK  ESTIMATE  UAS  S8,040. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $6,172,  TOTAL  DAMAGE  ESTIMATE  IS  $7,862. 
01/16/90  RECEIVED  DSR  #71285  FROM  FEMA.  DAMAGE  ESTIMATE  IS  U, 531. 33. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $10,221. 

03/13/90  RECEIVED  $3,398.50  FOR  DSR  #71285  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 


NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  El-101 

SITE;  ITISYOSEMITEAV  AGENCY;  MAYOR 

BUILDING  NO*;  25^7  BUILDING  NAME:  YOUNG  COMMUNITY  DEVELOPERS 

Damage: to Bulfciino:  insp£ctb>  exterior  (wly.  3 rr"  umo  mtiMO  crack  ipstairs  front  office;  1/2  ft.  long 

CEIHra  CRACK  UPSTAIRS  Rf«  OFFICE;  lEAKT  ROOF  WSTAIRS  REAR  OFFICE. 

Aetiofi  taken; 

01/24/90  aOILDtliO  tliSPECT»I  Wt  U0N6  AMO  FCKA.  8M.t  RARE  ESTIMATE  WAS  $0. 

I NEXT  ACTIC^:  NOtg 


LINE  ITEM  NO.:  El-102  BOA  JOB  ORDER  #:  2022Q  ARCHITECT:  R.  APPLETON 

SITE:  200  CASHMERE  ST  AGENCY:  MAYOR  CUENT:  E.  BROWN 

BUILDING  NO.:  25^9  BUILDING  NAME:  CHILDCARE  CENTER  NO  2 

Damage  to  Building:  leaking  roof  in  two  (2)  classrooms,  center's  entry  door  doe  s not  close  smoothly. 

CENTER'S  ENTRY  DOOR  DOES  NOT  CLOSE  SMOOTHLY. 

Action  Taken: 

01/24/90  BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $8,500. 

02/07/90  RECEIVED  DSR  #71282  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $3,692.39. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $12,750. 

NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 
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LINE  ITEM  NO.:  El-103  BOA  JOB  ORDER  #:  2023Q  ARCHITECT:  R.  APPLETON 

SITE:  100  WHITNEY  YOUNG  CR  AGENCY:  MAYOR  CLIENT:  E.  BROWN 

BUILDING  NO.:  25-451  BUILDING  NAME:  EARL  P MILLS  COMMUNITY  CENTER 

Damage  to  Building:  8 ft.  long  crack  in  exterior  east  uinc  wall  (near  double  door);  eastuing  restrooh  wash 

BASIN  CAME  LOOSE  FROM  WALL  APPROXIMATELY  5 INCHES;  RESTROOM  DOOR  TILTED  (WILL  NOT  CLOSE 
SMOOTHLY);  EASTUING  LOOSE  ROOF  SHINGLE  AND  CEILING  LEAKS.  15  1/2  FT.  LONG  CRACK  IN 
CEMENTED  COURTYARD  CORRIDOR. 

Action  Taken: 

01/24/90  BUILDING  INSPECTED  BY  UONG  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  i14,004. 

02/07/90  RECEIVED  DSR  #71274  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $5,285.30. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $21,000. 

NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 


LINE  ITEM  NO.:  El-104  BOA  JOB  ORDER  #:  2024Q  ARCHITECT:  R.  APPLETON 

SITE:  1030  OAKDALE  AV  AGENCY:  MAYOR  CUENT:  S.  JONES 

BUILDING  NO.:  25^  BUILDING  NAME:  SHOREY  CHILDRENS  CENTER 

Damage  to  Building:  50  ft.  long  crack  in  playyard  area. 

Action  Taken: 

01/24/90  BUILDING  INSPECTED  BY  UONG  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $2,057. 

02/07/90  RECEIVED  DSR  #71286  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $1,795.00. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,100. 

I NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 


LINE  ITEM  NO.:  El-105  BOA  JOB  ORDER  #:  2025Q  ARCHITECT:  R.  APPLETON 

SITE:  200  MIDDLE  PT.  RD  AGENCY : MAYOR  CLIENT:  J.  MIDDLETON 

BUILDING  NO.:  25^9  BUILDING  NAME:  HUNTERS  PT  COMM.  YOUTH  FOUND. 

Damage  to  Building:  visible  cracks  in  office  ceiling. 

Action  Taken: 

01/24/90  BUILDING  INSPECTED  BY  UONG  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $4,505. 

02/10/90  RECEIVED  DSR  #72114  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $2,001.50. 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $6,800. 


02/23/90 
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1 NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 

LINE  ITEM  NO.:  El-106  BOA  JOB  ORDER  #:  2242Q  ARCHITECT:  J.  BUKER 

SITE:  333  TURK  ST  AGENCY:  MENTAL  HEALTH  CUENT:  V.  HAILE 

BUILDING  NO.:  87-894  BUILDING  NAME:  N.  OF  MARKET  SENIOR  SERV.  CTR. 


Damage  to  Building:  cracks  in  the  first  floor  bathroom,  front  east  corner  of  foundation  has  two  cracks,  two 

CRACKS  IN  SOCIAL  DAY  CARE  AREA,  TWO  CRACKED  WINDOW  PANES,  AND  SMALL  CRACKS  THROUGHOUT 
BUILDING. 


Action  Taken: 


11/21/89 

RECEIVED  DSR  #72011  FROM  FEMA  DAMAGE  ESTIMATE  IS  SI, 191. 

01/18/90 

RECEIVED  S892.88  FOR  DSR  #72011  AS  PART  OF  CHECK  #2  TOTALLING  13,191,280. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  17,-662. 

04/26/90 

SUPPLEMENTAL  DSR  REQUESTED  16,127.  TOTAL  DAMAGE  ESTIMATE  IS  17,318. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  E1-107  BOA  JOB  ORDER  #:  2001Q/2084Q  ARCHITECT:  M.  PRIMEAU 

SITE:  350 AMBER  DR  AGENCY:  POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-345  BUILDING  NAME:  POUCE  ACADEMY 


Damage  to  Building:  structural:  severe  cracks  a wall/column  juncture,  handicap  ramp  damage,  mechanical: 

PLUMBING,  ELECTRICAL,  COMMUNICATION  (MPEC):  LEAK  IN  OVERFLOW/BOILER  UNIT.  3 CEILING  LIGHT 
FIXTURES.  ARCHITECTURAL  FINISH:  CRACKS-WALL  DOORWAYS  t FLOORS. 


Action  Taken: 


11/03/89 

BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  1284,400. 

11/28/89 

RECEIVED  DSR  #71003  FROM  FEMA  DAMAGE  ESTIMATE  IS  117,265. 

12/07/89 

DSR  #71003  SUSPENDED  - PENDING  EARTHQUAKE  INSURANCE. 

01/03/90 

ADVERTISED  2001Q  EMERGENCY  ROOF  REPAIRS  BID  110,891  NIBBI  BROS. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  119,525.50.  TOTAL  DAMAGE  ESTIMATE  IS  135,394.50. 

02/06/90 

RECEIVED  112,948.56  FOR  DSR  #71003  AS  PART  OF  CHECK  #3  TOTALLING  1246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  135,394. 

02/23/90 

RECEIVED  DSR  #89801  FROM  FEMA.  DAMAGE  ESTIMATE  IS  19,917.30. 

1 NEXT  ACTION:  REMAINDER  READY  FOR  DESIGN 
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LINE  ITEM  NO.:  EM08 
SITE:  LAKE  MERCED 

BUILDING  NO.:  38<J47 


BOA  JOB  ORDER  #:  OELTD  ARCHITECT:  M.  PRIMEAU 

AGENCY;  POUCH  CUENT:  T.  SUTTMEIER 

BUILDING  NAME:  POUCE  PISTOL  RANGE 


Damage  to  Building:  siauciviiui.:  east  extekick  uall  pulled  auay  fbon  flcxk  slab  appaox  z im.  ARCHiTECTUfiAL 

flNtSHES;  CRACKING  IN  UAILS 

Action  Taken: 

11/07/89  BUILDING  INSPECTED  BT  UDNC  AND  FCMA.  BALL  PARK  ESTIMATE  UAS  U0,900. 

12/04/89  RECEIVED  DSR  If70999  FROM  FEMA  DAMAGE  ESTIMATE  IS  W,659. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  143.60.  TOTAL  DAMAGE  ESTIMATE  IS  $6,802.70. 

01/18/90  RECEIVED  13,494.33  FOB  DSR  *70999  AS  PART  OF  CHECK  #2  TOTAlLlKO  13,191,280. 

02/23/'9O  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  16,803. 

CLIENT  REQUESTED  PROJECT  BE  RESCINDED:  SFPO  BOND  PROOtAM  WILL  REQUIRE  NEU  STRUCTLStE. 

I NEXT  ACTION:  NONE  ^ 


LINE  ITEM  NO.:  El-109  BOA  JOB  ORDER  #:  2085Q  ARCHITECT:  M.  PRIMEAU 

SITE:  2300  3RD  ST  AGENCY:  POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-349  BUILDING  NAME:  POTRERO  POUCE  STATION 

Damage  to  Building:  mpec:  fuel  & generator  rental,  architectural  finishes:  cracking  in  walls. 

Action  Taken: 

11/13/89  BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  134,850. 

12/07/89  RECEIVED  DSR  #71006  FROM  FEMA  DAMAGE  ESTIMATE  IS  11,440. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  17,256.30.  TOTAL  DAMAGE  ESTIMATE  IS  18,696.30. 

02/06/90  RECEIVED  11,080  FOR  DSR  #71006  AS  PART  OF  CHECK  #3  TOTALLING  1246,521. 

02/23/90  RECEIVED  DSR  #89800  FROM  FEMA.  DAMAGE  ESTIMATE  IS  15,280. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $8,696. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1987  SAN  FRANCISCO  POLICE  DEPARTMENT  BOND  ISSUE. 


NEXT  ACTION:  READY  FOR  DESIGN 
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LINE  ITEM  NO.:  EI-IIO  BOA  JOB  ORDER  #:  2086Q  ARCHITECT:  M.  PRIMEAU 

SITE:  1JV  YOUNG  DR  AGENCY:  POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-351  BUILDING  NAME:  INGLESIDE  POUCE  STATION 


Damage  to  Building:  mpec:  fractured  concrete  flue  in  boiler,  fuel  architectural  finishes:  cracked  plaster  in 

WALLS. 


Action  Taken: 


11/09/89 

BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $18,300. 

12/07/89 

DSR  #71000  SUSPENDED  - PENDING  SHPO  REVIEW. 

12/13/89 

RECEIVED  DSR  #71000  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,559. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $4,593.07.  TOTAL  DAMAGE  ESTIMATE  IS  $5,710.37. 

02/06/90 

RECEIVED  $1,169.85  FOR  DSR  #71000  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $5,710. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1987  SAN  FRANCISCO  POLICE  DEPARTMENT  BOND  ISSUE. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-lll  BOA  JOB  ORDER  #:  20870  ARCHITECT:  M.  PRIMEAU 

SITE:  1240  VALENCIA  ST  AGENCY:  POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-353  BUILDING  NAME:  MISSION  POUCE  STATION 


Damage  to  Building:  architectural  finishes:  cracking  in  walls. 


Action  Taken: 


11/09/89 

BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $19,700. 

11/28/89 

RECEIVED  DSR  #71001  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,922. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,007.31.  TOTAL  DAMAGE  ESTIMATE  IS  $2,929.56. 

01/18/90 

RECEIVED  $1,441.69  FOR  DSR  #71001  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2,930. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1987  SAN  FRANCISCO  POLICE  DEPARTMENT  BOND  ISSUE. 

[ NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

M/09/W  16:?9 
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LINE  ITEM  NO.:  El-112  BOA  JOB  ORDER  #:  20880  ARCHITECT:  M.  PRIMEAU 

SITE:  4516THAV  AGENQY : POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-855  BUILDING  NAME:  RICHMOND  POUCE  STATION 


Damage  to  Building:  mpec:  broken  light  fixtures,  architectural  finishes:  2 broken  skylights. 


Action  Taken: 


11/07/89 

BUILDING  INSPECTED  BY  WONG  AND  FENA.  BALL  PARK  ESTIMATE  WAS  S107,200. 

12/12/89 

OSR  #70891  SUSPENDED.  SHPO  REVIEW  PENDING. 

12/18/89 

RECEIVED  DSR  #70891  FROM  FENA  DAMAGE  ESTIMATE  IS  SI, 893. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $18,172.22.  TOTAL  DAMAGE  ESTIMATE  IS  $20,292.67. 

02/06/90 

RECEIVED  $1,420.09  FOR  DSR  #70891  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $20,292. 

03/28/90 

RECEIVED  DSR  #89990  FROM  FENA.  DAMAGE  ESTIMATE  IS  $4,425. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1987  SAN  FRANCISCO  POLICE  DEPARTMENT  BONO  ISSUE. 

I NEXT  ACTION:  READY  FOR  DESIGN 

LINE  ITEM  NO.:  El-113  BOA  JOB  ORDER  #:  2089Q  ARCHITECT:  M.  PRIMEAU 

SITE:  2345  24THAV  AGENCY:  POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-357  BUILDING  NAME:  TARAVAL  POUCE  STATION 


Damage  to  Building:  structural:  further  review  needed,  architectural  finishes:  severe  crakcs  of  bricks  & 

PLASTER  IN  CEILING/BEAMS  & COLUMN/  WALLS  JUNCTIONS.  DAMAGES  SKYLIGHT. 


Action  Taken: 


11/07/89 

BUILDING  INSPECTED  BY  WONG  AND  FENA.  BALL  PARK  ESTIMATE  WAS  $215,600. 

12/07/89 

DSR  #70890  SUSPENDED.  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE  PENDING. 

12/18/89 

RECEIVED  DSR  #70890  FROM  FEMA  DAMAGE  ESTIMATE  IS  $18,456. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $10,357.60.  TOTAL  DAMAGE  ESTIMATE  IS  $28,813.60. 

02/06/90 

RECEIVED  $13,842.19  FOR  DSR  #70890  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $28,813. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1987  SAN  FRANCISCO  POLICE  DEPARTMENT  BOND  ISSUE. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

OS/09/90  16:30 
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LINE  ITEM  NO.:  El-114  BOA  JOB  ORDER  #:  2096Q  ARCHITECT:  M.  PRIMEAU 

SITE:  KEZARDR  AGENCY:  POLICE  CLIENT:  TOM  SUTTMEIER 

BUILDING  NO.:  38-359  BUILDING  NAME:  PARK  POLICE  STATION 

Damage  to  Building:  mpec:  911  system  broke  down. 

Action  Taken: 

11/07/89  BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $15,400. 

12/01/89  RECEIVED  DSR  #71109  FROM  FEMA  DAMAGE  ESTIMATE  IS  $0. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $15,400. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1987  SAN  FRANCISCO  POLICE  DEPARTMENT  BOND  ISSUE. 

I NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 


LINE  ITEM  NO.:  El-115  BOA  JOB  ORDER  #:  2090Q  ARCHITECT:  M.  PRIMEAU 

SITE:  1125  FILLMORE  ST  AGENCY:  POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-361  BUILDING  NAME:  NORTHERN  POUCE  STATION 

Damage  to  Building:  architectural  finishes:  acoustical  ceiling  replacement. 

Action  Taken: 

11/09/89  BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $20,800. 

11/28/89  RECEIVED  DSR  #70889  FROM  FEMA  DAMAGE  ESTIMATE  IS  $352. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $2,388.80.  TOTAL  DAMAGE  ESTIMATE  IS  $2,740.80. 

01/18/90  RECEIVED  $264.23  FOR  DSR  #70889  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2,741. 

02/23/90  RECEIVED  DSR  #89803  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $1,081.14. 

I NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO.:  EI-II6  BOA  JOB  ORDER  #:  2091 Q ARCHITECT:  M.  PRIMEAU 

SITE:  2475  GREENWICH  ST  AGENCY:  POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-363  BUILDING  NAME:  JUVENILE  DIVISION  BLOG 

Damage  to  Building:  architectural  finishes:  severe  damage  in  ceiling/floor  finish  in  rear  bldg,  cracks  in 

SKYLIGHT. 

Action  Taken: 

11/09/89  BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $14,200. 

12/07/89  RECEIVED  DSR  #71005  FROM  FEMA  DAMAGE  ESTIMATE  IS  $525. 


W/09/W  16:50 
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01/12/00 

supplemental  DSR  requested  14,896.63.  TOTAL  DAMAGE  ESTIMATE  IS  $5,421.63. 

02/06/00 

RECEIVED  $393.75  FOR  DSR  #71005  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/00 

RECEIVED  DSR  #89602  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $1,081. 

02/23/90 

REVISED  aOA  PROJECT  COST  ESTIMATE  IS  $5,421. 

04/15/90 

MOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1987  SAN  FRANCISCO  POLICE  DEPARTMENT  BOND  ISSUE. 

1 NEXT  ACTION:  READY  FOR  DESIGN 

LINE  ITEM  NO.:  El-117  BOA  JOB  ORDER  #:  20920  ARCHITECT:  M.  PRIMEAU 

SITE:  766  VALLEJO  ST  AGENCY:  POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-365  BUILDING  NAME:  CENTRAL  POUCE  STATION 


Damage  to  Building:  npec:  additional  generator  rented:  architectural  finishes:  cracking  of  plaster  in  walls. 


Action  Taken: 


11/09/89 

BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $76,800. 

11/29/89 

RECEIVED  DSR  #71004  FROM  FEMA  DAMAGE  ESTIMATE  IS  $5,485. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,757.63.  TOTAL  DAMAGE  ESTIMATE  IS  $7,192.63. 

01/18/90 

RECEIVED  $4,113.75  FOR  DSR  #71004  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $7,609. 

04/15/90 

MOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1987  SAN  FRANCISCO  POLICE  DEPARTMENT  BOND  ISSUE. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  £1-118 

SITE:  40  GOLDEN  GATE  PARkI  AGENCY:  POUCE 

BUILDING  NO.:  38-366  I^UIU^G  NAME:  G.  GATE  PA^C  POUCE  STATION 

r i 


Damage  to  Building:  ses  inii  ttltt  mi 


Action  Taken; 


05/09/90  16:31 


POST-QUAKE  RESTORATION  OF 
GENERAL  FUND  CITY  BUILDINGS 


Page: 


51 


LINirrEMNOJ 

SITE:  uammPAm  agency?  poukz 

BUtLOING  NO.:  38-3^7  BUILDING  NAME:  MCLAREN  PARK  POUC^  STABLES 

Daffi^gatoBtilfcOng:  ud  oamage 

Action  Taken: 


LINE  ITEM  NO.:  El-120 

SITE:  2650  GEARY  ST 
BUILDING  NO.:  91-439 


BOA  JOB  ORDER#:  2256Q  ARCHITECT:  W.  JONES 

AGENCY:  PURCHASER  CUENT:  M.  GEISTUNGER 

BUILDING  NAME:  WAREHOUSE-PURCHASER  OF  SUPPLY 


Damage  to  Building:  cracked  pillar,  floor,  and  wall  near  juncture  with  ceiling,  possible  damage  to  heating, 

LIGHTING  SYSTEMS. 

Action  Taken: 

01/16/90  RECEIVED  DSR  #72119  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $12,688.60. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $22,000. 

03/13/90  RECEIVED  $9,516.45  FOR  DSR  #72119  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

04/26/90  SUPPLEMENT  DSR  REQUESTED  $5,653.  TOTAL  DAMAGE  ESTIMATE  IS  $18,342. 

I NEXT  ACTION:  NEGOTIATE  COST  UITH  FEMA 


LINE  ITEM  NO.:  El-121  BOA  JOB  ORDER  #:  2257Q  ARCHITECT:  W.  JONES 

SITE:  1800JERROLDAV  AGENCY:  PURCHASER  CUENT:  D.  COWLEY 

BUILDING  NO.:  91-441  BUILDING  NAME:  OFFICE  AND  SUB-SHOPS 

Damage  to  Building:  cracks  in  ualls,  floors. 

Action  Taken: 

01/24/90  BUILDING  INSPECTED  BY  UONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $29,061. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $43,000. 

03/22/90  RECEIVED  DSR  #72103  FROM  FEMA.  DAMAGE  CONSIDERED  INELIGIBLE. 

SUPPLEMENT  DSR  REQUESTED  $18,736.  TOTAL  DAMAGE  ESTIMATE  IS  $18,736. 


04/26/90 
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LINE  ITEM  NO.:  EI-122  BOA  JOB  ORDER  #:  2258Q  ARCHITECT:  W.  JONES 

SITE:  1800  JERROLD  AV  AGENCY:  PURCHASER  CUENT:  D.  COWLEY 

BUILDING  NO.:  91-442  BUILDING  NAME:  MAIN  SHOP  BUILDING 

Damage  to  Building:  cracks  in  walls,  floors,  bent  roof  girder,  shifting  of  window  frames,  damage  to  drum  lathe 

EQUIPMENT.  CRACKS  IN  CEMENT  COVERING  THE  FUEL  TANKS. 

Action  Taken: 

01/24/90  BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  U7,637. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  t72,000. 

03/22/90  RECEIVED  DSR  *72102  FROM  FEMA.  DAMAGE  CONSIDERED  INELIGIBLE. 

04/26/90  SUPPLEMENT  DSR  REQUESTED  U7,590.  TOTAL  DAMAGE  ESTIMATE  IS  (47,590. 

NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-123 
SITE:  950  BRYANT  ST 

BUILDING  NO.:  91-445 


Damage  to  Building: 


Action  Taken: 


AGENCY:^  R0^L®tTE 
BUILDING  NAMEi/^A^PaJ/ 


tOUAREOFFll 


Damage  to  Building; 


WA$  tff. 


LINE  ITEM  NO.:  El-124 

SITE:  100  LARKIN  ST 

BUILDING  NO.:  71-295 


Action  Taken:  ^ ^ 

12/14/89  RJILOINC  iNSPECTST  BY 

t NEXT  ACTION: 
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LINE  ITEM  NO.:  EI-I25  ENGINEER:  V.  TROYAN 

SITE:  433  KEARNY  ST  AGENCY:  REAL  ESTATE  CUENT:  K.  HAGERTY 

BUILDING  NO.:  71-303  BUILDING  NAME:  ST  MARTS  SQUARE  GARAGE 

Damage  to  Building:  cracks  in  3rd  and  4th  floors 
Action  Taken: 

11/01/89  BUILDING  INSPECTED  BY  WONG  AND  FEMA. 

11/29/89  DSR  #71058  SUSPENDED  - PENDING  EARTHQUAKE  INSURANCE. 

12/18/89  RECEIVED  DSR  #71058  FROM  FEMA  DAMAGE  ESTIMATE  IS  $159,535. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $467,250. 

04/17/90  SUPPLEMENT  DSR  REQUESTED  $276,490.  TOTAL  DAMAGE  ESTIMATE  IS  $436,025. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  £1-126  ENGINEER:  V.  TROYAN 

SITE:  250  CLAY  ST  AGENCY:  REAL  ESTATE  CUENT:  K.  HAGERTY 

BUILDING  NO.:  71-305  BUILDING  NAME:  GOLDEN  GATEWAY  GARAGE 

Damage  to  Building:  anchor  bolts  damaged  - need  to  be  replaced  water  line  supports  damaged  - need  to  be 

REPLACED  MINOR  SEPARATION  OF  WALLS  AND  SIDEWALKS  - NEEDS  REPAIR 

Action  Taken: 

11/01/89  BUILDING  INSPECTED  BY  WONG  AND  FEMA. 

11/20/89  RECEIVED  DSR  #71064  FROM  FEMA  DAMAGE  ESTIMATE  IS  $2,500. 

02/06/90  RECEIVED  $1,975  FOR  DSR  #71064  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $6,000. 

04/19/90  SUPPLEMENT  DSR  REQUESTED  $4,824.  TOTAL  DAMAGE  ESTIMATE  IS  $7,324. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA ^ 


LINE  ITEM  NO.:  El-127  ENGINEER:  V.  TROYAN 

SITE:  766  VALLEJO  ST  AGENCY:  REAL  ESTATE  CUENT:  K.  HAGERTY 

BUILDING  NO.:  71-307  BUILDING  NAME:  VALLEJO  STREET  GARAGE 

Damage  to  Building:  hairline  cracks  in  ceiling  above  main  entrance  driveway 
Action  Taken: 

11/21/89  RECEIVED  DSR  #71076  FROM  FEMA  DAMAGE  ESTIMATE  IS  $270. 

01/18/90  RECEIVED  $202.50  FOR  DSR  #71076  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 


W/09/^  16:  X3 
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02/23/^ 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  S3, 500. 

0</19/^ 

supplement  OSR  requested  S3, 025.  TOTAL  DAMAGE  ESTIMATE  IS  S3, 295. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-128  BOA  JOB  ORDER  #:  2179Q  ENGINEER:  H.  WONG 

SITE:  2095  JERROLD  AV  AGENCY:  REAL  ESTATE  CUENT:  A.  DELUCCHI 

BUILDING  NO.:  71-309  BUILDING  NAME:  PRODUCE  MARKET 


Darruge  to  Building:  the  produce  harket  complex  on  jerrold  between  toland  and  rankin  streets  - earthquake 

FORCES  CAUSED  VERTICAL  DISPLACE.  OF  THE  SURROUNDING  EXTERIOR  GROUNDS  THAT  DAMAGED  1 
CONCRETE  STAIRS  U/UROUGHT  IRON  RAILING,  CONC.  ENT.  WAY,  1 CONC.  STAI  R LANDING,  CRACKED 
ASPHALT  PVMT.,  SEPARATION  BET.  AC  PVMT  & BUILDING,  BUILDING  & CONC.  SIDEWALK 


Action  Taken: 


01/03/90 

BUILDING  INSPECTED  BY  PIRUZMAND  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  S17,894. 

02/02/90 

DRAFT  DSR  #73362  ESTIMATED  DAMAGE  TO  BE  $11,384. 

02/02/90 

DRAFT  DSR  #71180  ESTIMATED  DAMAGE  TO  BE  $299. 

02/02/90 

DRAFT  DSR  #088920  ESTIMATED  DAMAGE  TO  BE  SI, 170. 

02/02/90 

DRAFT  DSR  #088824  ESTIMATED  DAMAGE  TO  BE  $980. 

02/02/90 

DRAFT  DSR  #088918  ESTIMATED  DAMAGE  TO  BE  S867. 

02/02/90 

DRAFT  DSR  #71181  ESTIMATED  DAMAGE  TO  BE  $2,872. 

02/02/90 

DRAFT  DSR  #088919  ESTIMATED  DAMAGE  TO  BE  $780. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $28,754. 

03/22/90 

RECEIVED  DSR  #73362  FROM  FEMA.  COST  ARE  INELIGIBLE. 

03/22/90 

RECEIVED  DSR  #88918  FROM  FEMA.  COST  ARE  INELIGIBLE. 

03/22/90 

RECEIVED  DSR  #88824  FROM  FEMA.  COST  ARE  INELIGIBLE. 

03/22/90 

RECEIVED  DSR  #71180  FROM  FEMA.  COST  ARE  INELIGIBLE. 

03/22/90 

RECEIVED  DSR  #88919  FROM  FEMA.  COST  ARE  INELIGIBLE. 

03/22/90 

RECEIVED  DSR  #71181  FROM  FEMA.  COST  ARE  INELIGIBLE. 

03/22/90 

RECEIVED  DSR  #88920  FROM  FEMA.  COST  ARE  INELIGIBLE. 

04/27/90 

CITY  ATTORNEY  TRANSMITTED  DOCUMENT  TO  FEMA  SHOWING  CITY  IS  RESPONSIBLE  FOR  THE  PRODUCE  MARKET. 

1 NEXT  ACTION:  SUPPLEMENTAL  REQUESTS  NEEDED 

05/09/90  16:34 
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LINE  ITEM  NO.:  EI-129  BOA  JOB  ORDER  #:  21710  ARCHITECT:  M.  PRIMEAU 

SITE:  850  BRYANT  ST  AGENCY:  REAL  ESTATE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  71-312  BUILDING  NAME:  HALL  OF  JUSTICE 

Damage  to  Building:  extensive  damage  to  windows,  doors,  columns  and  walls,  cracked  ceilings  contain  asbestos. 
Action  Taken: 

12/07/89  BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $214,260. 

12/18/89  INDEPENDENT  ESTIMATE  PREPARED  BY  DON  TOOD  ASSOC.  SHOWED  $215,936  IN  EARTHQUAKE  DAMAGE. 

01/13/90  RECEIVED  DSR  #72120  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $2,460  FOR  WATER  MAIN. 

02/20/90  SUPPLEMENT  DSR  REQUESTED  $162,664.  TOTAL  DAMAGE  ESTIMATE  IS  $211,800. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $328,700. 

02/27/90  LETTER  FROM  FEMA.  FACILITY  HAS  BEEN  REINSPECTED  AND  DRAFT  DSR  #72094  HAS  BEEN  REVISED. 

03/08/90  RECEIVED  DSR  #72094  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $66,064.59. 

03/13/90  RECEIVED  $1,845  FOR  DSR  #72120  AS  PART  OF  CHECK  #4  TOTALLING  $86,075. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-130  ENGINEER:  V.  TROYAN 

SITE:  SOBARTLEHST  AGENCY:  REAL  ESTATE  CUENT:  K.  HAGERTY 

BUILDING  NO.:  71-318  BUILDING  NAME:  MISSION  BARTLETT  PKG  GARAGE 

Damage  to  Building:  hairline  cracks  in  ceiling 
Action  Taken: 

11/21/89  RECEIVED  DSR  #71077  FROM  FEMA  DAMAGE  ESTIMATE  IS  $9,154. 

01/18/90  RECEIVED  $6,865.50  FOR  DSR  #71077  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $36,000. 

04/19/90  SUPPLEMENTAL  DSR  REQUESTED  $29,205.  TOTAL  DAMAGE  ESTIMATE  IS  $38,359. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-131  BOA  JOB  ORDER  #:  2172Q  ARCHITECT:  M.  DORIAN 

SITE:  240  VAN  NESS  AV  AGENCY:  REAL  ESTATE  CUENT:  A.  DELUCCHI 

BUILDING  NO.:  71-332  BUILDING  NAME:  EDP  BUILDING 

Damage  to  Building:  earthquake  damage  to  this  building  has  not  been  evaluated  as  of  the  date  of  this  report 
Action  Taken: 

11/08/89  BUILDING  INSPECTED  BY  CHENG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $33,000. 
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11/22/89 

RECEIVED  DSR  #70831  FROM  FEMA  DAMAGE  ESTIMATE  IS  S10,896. 

11/29/89 

DSJI  #70831  SUSI^ENOED.  PENDING  SHPO  REVIEW,  EARTHQUAKE  INSURANCE. 

01/12/90 

SUf>PLEMENTAL  DSR  REQUESTED  $97,168.  TOTAL  DAMAGE  ESTIMATE  IS  $108,064. 

02/06/90 

RECEIVED  $8,171.63  FOR  DSR  #70831  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90 

REVISED  SOA  PROJECT  COST  ESTIMATE  IS  $154,000. 

03/26/90 

RECEIVED  DSR  #73235  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $142. 

04/26/90 

PROJECT  TRANSFERRED  TO  BOA. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-132  BOA  JOB  ORDER  #:  2173Q  ARCHITECT:  B.  GROTH 

SITE:  155  GROVE  ST  AGENCY:  REAL  ESTATE  CUENT:  A.  DELUCCHI 

BUILDING  NO.:  71-334  BUILDING  NAME:  ART  COMMISSION  GALLERY 


Damage  to  Building:  minor  cracking  in  west  and  north  walls,  damaged  skylights  and  interior  dry  walls. 


Action  Taken: 


10/30/89 

BUILDING  INSPECTED  BY  CHENG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $6,500. 

11/20/89 

RECEIVED  DSR  #70823  FROM  FEMA  DAMAGE  ESTIMATE  IS  $3,759. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $3,707.45.  TOTAL  DAMAGE  ESTIMATE  IS  $7,466.45. 

01/18/90 

RECEIVED  $2,819.25  FOR  DSR  #70823  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $7,500. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-133  BOA  JOB  ORDER  #:  2174Q  ARCHITECT:  R.  APPLETON 

SITE:  99  GROVE  ST  AGENCY:  REAL  ESTATE  CUENT:  T.  COMEY 

BUILDING  NO.:  71-336  BUILDING  NAME:  CIVIC  AUDITORIUM 


Damage  to  Building:  cracks  in  walls,  floor,  collapse  of  2"  plaster  walls,  damage  to  pipe  organ,  possible 

STRUCTURAL  DAMAGE.  NEEDS  STRUCTURAL  REVIEW. 


Action  Taken: 


10/27/89 

BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $450,000. 

11/29/89 

DSR  #72061  SUSPENDED  - PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

12/18/89 

RECEIVED  DSR  #72061  FROM  FEMA  DAMAGE  ESTIMATE  IS  $240,924. 

12/19/89 

INDEPENDENT  ESTIMATE  PREPARED  BY  HENRY  L.  CHAPOT  ASSOC.  SHOWED  $254,747  IN  EARTHQUAKE  DAMAGE. 

02/23/90 

03/06/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $323,750. 

SUPPLEMENT  DSR  REQUESTED  $44,493.  TOTAL  DAMAGE  ESTIMATE  IS  $295,417. 

03/06/90 
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04/26/90  PROJECT  TRANSFERRED  TO  BOA. 


NEXT  ACTION:  NEGOTIATE  COST  WITH  FENA 


LINE  ITEM  NO.:  EI-134  BOA  JOB  ORDER  #:  2175Q  ARCHITECT:  R.  APPLETON 

SITE:  NW  GROVE  ST  AGENCY:  REAL  ESTATE  CUENT:  T.  COMEY 

BUILDING  NO.:  71-338  BUILDING  NAME:  BROOKS  HALL 

Damage  to  Building:  cracks  on  floors,  wall  ceiling,  ground  water  seeping  in  to  tunnel,  requires  structural 

ANALYSTS. 

Action  Taken: 

10/27/89  BUILDING  INSPECTED  BY  HOW  AND  FEHA.  BALL  PARK  ESTIMATE  WAS  $200,000. 

11/20/89  RECEIVED  DSR  #72052  FROM  FEMA  DAMAGE  ESTIMATE  IS  $6,285. 

12/19/89  INDEPENDENT  ESTIMATE  PREPARED  BY  HENRY  L.  CHAPOT  ASSOC.  SHOWED  $2,404  IN  EARTHQUAKE  DAMAGE. 

01/18/90  RECEIVED  $4,713.75  FOR  DSR  #72052  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/22/90  SUPPLEMENTAL  DSR  REQUESTED  $13,398.  TOTAL  DAMAGE  ESTIMATE  IS  $19,683. 

01/25/90  MEMO  FROM  TROYAN  TO  MOEZSCHBACHER  TRANSMITTED  DSR  AND  ASKED  WHAT  WORK  WILL  BE  DONE. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $19,700. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO.:  El-135  BOA  JOB  ORDER  #:  21760  ARCHITECT;  M.  PRIMEAU 

SITE:  400  VAN  NESS  AV  AGENCY:  REAL  ESTATE  CUENT:  J.  CONE 

BUILDING  NO.:  71-340  BUILDING  NAME:  CITY  HALL 

Damage  to  Building:  extensive  damage  to  plaster  walls,  ceilings  and  marble,  landmark  #21. 

Action  Taken: 

12/06/89  BUILDING  INSPECTED  BY  YAU  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $7,942,214. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $20,000,000. 

04/13/90  RECEIVED  DSR  #89856  FOR  $2,609,552.21. 

04/26/90  PROJECT  TRANSFERRED  TO  BOA. 

DRAFT  DSR  #89856  ESTIMATED  DAMAGE  TO  BE  $2,609,553. 

DRAFT  DSR  #72020  ESTIMATED  DAMAGE  TO  BE  $4,385,856. 

I NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 
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LINE  ITEM  NO.:  EI-136  BOA  JOB  ORDER  #:  21770  ARCHITECT:  B.  GROTH 

SITE:  450  MCALLISTER  ST  AGENCY:  REAL  ESTATE  CUENT:  J.  CONE 

BUILDING  NO.:  71-342  BUILDING  NAME:  CITY  HALL  ANNEX 


Damage  to  Building:  cracks  on  beams  and  slabs  in  storage  area,  miscellaneous  minor  cracks  to  plaster  and 

TILES. 


Action  Taken: 


10/27/89 

BUILDING  INSPECTED  BY  TANG  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $50,000. 

11/22/89 

RECEIVED  DSR  #73257  FROM  FEMA  DAMAGE  ESTIMATE  IS  $5,321. 

01/18/90 

RECEIVED  $3,990.75  FOR  DSR  #73257  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

02/U/90 

SUPPLEMENT  DSR  REQUESTED  $20,548.  TOTAL  DAMAGE  ESTIMATE  IS  $25,869. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $87,500. 

04/04/90 

GIL  TANG  REPORTS  NEGOTIATIONS  WITH  FEMA  CONTINUING. 

DRAFT  DSR  #89889  ESTIMATED  DAMAGE  TO  BE  $38,722. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-137  BOA  JOB  ORDER  #:  21310  ARCHITECT:  B.  GROTH 

SITE:  460  MCALLISTER  ST  AGENCY:  RETIREMENT  CLIENT:  N.  BRAY 

BUILDING  NO.:  44-1053  BUILDING  NAME:  DPW  ENGINEERING  OFFICES 


Damage  to  Building:  minor  cracks  in  concrete,  plaster  and  stucco. 


Action  Taken: 


10/27/89 

BUILDING  INSPECTED  BY  TANG  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $6,000. 

11/07/89 

RECEIVED  DSR  #73258  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,716. 

11/07/89 

RECEIVED  $1,287.00  FOR  DSR  #73258.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

01/06/90 

SUPPLEMENTAL  DSR  REQUESTED  $2,593.  TOTAL  DAMAGE  ESTIMATE  IS  $4,309. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $4,310. 

03/09/90 

RECEIVED  DSR  #89744  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $2,337. 

04/15/90 

EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1" 

1 NEXT  ACTION:  READY  FOR  DESIGN 

05/09/90  16:37 
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LINE  ITEM  NO.:  El-138  BOA  JOB  ORDER  #:  2221Q  ARCHITECT:  J.  BUKER 

SITE:  1001  POTREROAV  AGENCY:  SF  GENERAL  HOSPITAL  CUENT:  K.  JUNG 

BUILDING  NO.:  86-910  BUILDING  NAME:  SAN  FRANCISCO  GEN.  HOSPITAL 


Damage  to  Building:  cracks  on  facade  and  plaster,  expansion  joinnts  buckled,  extensive  parapet  damage  and 

PLASTER  CRACKS.  CRACKS  ON  TUNNEL  SYSTEM. 


Action  Taken: 


10/27/89 

BUILDING  INSPECTED  BY  SOWERS  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $392,100. 

11/17/89 

RECEIVED  DSR  #78050  FROM  FEMA  DAMAGE  ESTIMATE  IS  $450  FOR  SERVICE  BUILDING. 

11/17/89 

RECEIVED  $337.50  FOR  DSR  #78050.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/17/89 

RECEIVED  $907.50  FOR  DSR  #78051.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/17/89 

RECEIVED  DSR  #78051  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,210  FOR  BUILDING  #3. 

11/19/89 

RECEIVED  DSR  #78052  FROM  FEMA  DAMAGE  ESTIMATE  IS  $5,840  FOR  BUILDING  #5. 

11/19/89 

RECEIVED  $4,380.00  FOR  DSR  #78052.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/27/89 

RECEIVED  $4,551.11  FOR  DSR  #78058.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/27/89 

RECEIVED  DSR  #78058  FROM  FEMA  DAMAGE  ESTIMATE  IS  $6,068  FOR  BUILDING  #30. 

11/29/89 

DSR  #78055  SUSPENDED  • PENDING  EARTHQUAKE  INSURANCE. 

11/29/89 

DSR  #78053  SUSPENDED  - PENDING  EARTHQUAKE  INSURANCE. 

12/06/89 

RECEIVED  DSR  #70969  FROM  FEMA  DAMAGE  ESTIMATE  IS  $3,729  FOR  BUILDING  #90. 

12/06/89 

RECEIVED  DSR  #70970  FROM  FEMA  DAMAGE  ESTIMATE  IS  $3,171  FOR  BUILDING  #100. 

12/06/89 

RECEIVED  DSR  #78059  FROM  FEMA  DAMAGE  ESTIMATE  IS  $5,047  FOR  BUILDING  #40. 

12/06/89 

RECEIVED  DSR  #78056  FROM  FEMA  DAMAGE  ESTIMATE  IS  $4,862  FOR  BUILDING  #10. 

12/06/89 

RECEIVED  DSR  #78057  FROM  FEMA  DAMAGE  ESTIMATE  IS  $7,625  FOR  BUILDING  #20. 

12/08/89 

INDEPENDENT  ESTIMATE  PREPARED  BY  NIBBI  BROS.  INC.  SHOWED  $638,200  IN  EARTHQUAKE  DAMAGE. 

12/08/89 

RECEIVED  DSR  #78060  FROM  FEMA  DAMAGE  ESTIMATE  IS  $2,330  FOR  BUILDING  #80. 

12/18/89 

RECEIVED  DSR  #78055  FROM  FEMA  DAMAGE  ESTIMATE  IS  $114,854  FOR  BUILDING  #9. 

12/18/89 

RECEIVED  DSR  #78053  FROM  FEMA  DAMAGE  ESTIMATE  IS  $19,069  FOR  BUILDING  #1. 

01/18/90 

RECEIVED  $3,646.20  FOR  DSR  #78056  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/18/90 

RECEIVED  $3,785.25  FOR  DSR  #78059  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/18/90 

RECEIVED  $5,718.71  FOR  DSR  #78057  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/18/90 

RECEIVED  $2,378.06  FOR  DSR  #70970  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/18/90 

RECEIVED  $2,796.88  FOR  DSR  #70969  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/18/90 

RECEIVED  $1,747.71  FOR  DSR  #78060  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/22/90 

SUPPLEMENTAL  DSR  REQUESTED  $359,217.  TOTAL  DAMAGE  ESTIMATE  IS  $533,472  FOR  ALL  BUILDINGS. 

02/06/90 

RECEIVED  $14,301.75  FOR  DSR  #78053  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $965,200. 

03/08/90 

RECEIVED  DSR  #89875  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $1,024. 
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03/06/90  RCCCIVCD  OSR  «89874  FROM  FEMA.  DAMAGE  ESTIMATE  IS  S3, 235 


03/06/90 

RECEIVED  DSR  *89680  FROM  FEMA.  DAMAGE  ESTIMATE  IS  U2,298. 

03/09/90 

RECEIVED  DSR  *89698  FROM  FEMA.  DAMAGE  ESTIMATE  IS  S3, 903. 

OA/19/90 

P.  SOWERS  (BOA)  REPORTS  NEGOTIATIONS  WITH  FEMA  CONTINUING. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-139  BOA  JOB  ORDER  #:  2011Q  ARCHITECT:  R.  APPLETON 

SITE:  930  BRYANT  ST  AGENCY:  SHERIFF  CUENT:  M.  LAVIGNE 

BUILDING  NO.:  06-1037  BUILDING  NAME:  WORK  FURLOUGH  BUILDING 


Damage  to  Building:  no  major  structural  damage,  some  cracking  of  exterior  concrete  and  a few  cracked  windows. 

MAY  HAVE  "BOWED"  SOME  INTERNAL  ROOF  SUPPORTS.  SOME  CRACKING  OF  INTERIOR  PLASTER. 


Action  Taken: 


11/06/89 

BUILDING  INSPECTED  BY  CHENG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $1,300. 

11/20/89 

RECEIVED  DSR  *70913  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,718. 

01/18/90 

RECEIVED  $1,288.31  FOR  DSR  #70913  AS  PART  OF  CHECK  *2  TOTALLING  $3,191,280. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $1,700. 

1 NEXT  ACTION:  READY  FOR  DESIGN 

LINE  ITEM  NO.:  EI-IAO  BOA  JOB  ORDER  #:  2012Q  ARCHITECT:  R.  APPLETON 

SITE:  1 MORELAND  DR  AGENCY:  SHERIFF  CUENT:  M.  LAVIGNE 

BUILDING  NO.:  06-1038  BUILDING  NAME:  MEN’S  JAIL3 


Damage  to  Building:  not  surveyed  at  this  time,  but  no  major  structural  damage  reported,  some  shifting  of 

BUILDING  AND  CRACKING  OF  NON-  SUPPORT  PLASTER  AND  CONCRETE  WALLS. 


Action  Taken: 


11/30/89 

RECEIVED  DSR  #70953  FROM  FEMA  DAMAGE  ESTIMATE  IS  $645. 

01/12/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,508.80.  TOTAL  DAMAGE  ESTIMATE  IS  $2,153.80  FOR  LOADING  DOCK. 

01/18/90 

RECEIVED  $483.75  FOR  DSR  #70953  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $2,154. 

03/16/90 

RECEIVED  DSR  #88963  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $5,717. 

1 NEXT  ACTION:  READY  FOR  DESIGN 
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UNE  ITEMNO.:  El-141 
SITE; 

BUIIOIKGNO.:  06-1039 


AGENCY;  SHEBIFF 
BUILDING  NAME:  WOMEN'S  OAIL  3 


Damage  to  BttHcirto:  hot  slsiveyed  at  ms  nMe«  sot  rd  ittjos  sTAUcnsuL  mmms  soke  saifTiiio  of 

RIllDINS  Am  CSACKJW  OF  WOR-SUPPORr  PUSTER  AHO  CWfCRETE  WAit4.|: 


Actlofi  Taken; 


SOILDIHO  IliSPCCTEO  »¥  SItfWG  ARO  FEMA*  HO  FURTKEt  ACTIOR  RSOUTRED, 


■■III 


REXT  ACT I CM:  ROHE 


LINE  ITEM  NO.:  El-142  BOA  JOB  ORDER  #:  2013Q  ARCHITECT:  R.  APPLETON 

SITE:  3 MORELAND  DR  AGENCY:'  SHERIFF  CUENT:  M.LAVIGNE 

BUILDING  NO.:  06-1040  BUILDING  NAME:  DORMITORY 

Damage  to  Building:  not  surveyed  at  this  time,  but  no  major  structural  damage  reported,  some  shifting  of 

BUILDING  AND  CRACKING  OF  NON-SUPPORT  PLASTER  AND  CONCRETE  WALLS. 

Action  Taken: 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $15,000. 

I NEXT  ACTION:  OBTAIN  DSR 


LINE  ITEM  NO.:  El-143  BOA  JOB  ORDER  #:  2134Q  ARCHITECT:  R.  APPLETON 

SITE:  150  OTIS  ST  AGENCY:  SOCIAL  SERVICES  CUENT:  N.  HARTUNE 

BUILDING  NO.:  45-930  BUILDING  NAME:  OFFICE  BUILDING 

Damage  to  Building:  earthquake  forces  caused  30i  lf  of  cracked  plaster,  1642  sf  of  spalled  plaster,  30  sf  of 

CEILING  tile  to  FALL  AND  30  SF  OF  ROOF  TILE  TO  BECOME  LOOSE  AND  FALL  OFF.  REPAIR  CRACKED 
AND  SPALLED  PLASTER  AND  REPLACE  CEILING  AND  ROOF  TILES. 

Action  Taken: 

10/26/89  BUILDING  INSPECTED  BY  TOY  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $70,000. 

11/29/89  DSR  #78038  SUSPENDED  - PENDING  EARTHQUAKE  INSURANCE. 

12/18/89  RECEIVED  DSR  #78038  FROM  FEMA  DAMAGE  ESTIMATE  IS  $11,821. 

02/06/90  RECEIVED  $8,865.41  FOR  DSR  #78038  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $103,600. 

I NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 
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LINE  ITEM  NO.:  E1-144  BOA  JOB  ORDER  #:  21350  ARCHITECT:  R.  APPLETON 

SITE:  170  OTIS  ST  AGENCY:  SOCIAL  SERVICES  CUENT:  N.  HARTLINE 

BUILDING  NO.:  45-932  BUILDING  NAME:  OFFICE  BUILDING 

Dtm«g«  to  Building:  ninoa  damage 
Action  Taken: 

10/26/69  BUILDING  INSPECTED  BY  TOY  AND  FENA.  BALL  PARK  ESTIMATE  UAS  $41,000. 

11/07/89  RECEIVED  DSR  #78034  FROM  FEMA  DAMAGE  ESTIMATE  IS  $973. 

11/07/89  RECEIVED  $729.75  FOR  DSR  #78034.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 
02/08/90  BOA  VERIFIED  $973  ESTIMATE  IS  OK. 

I NEXT  ACTION:  READY  FOR  DESIGN 


LINE  ITEM  NO.:  El-145  BOA  JOB  ORDER  #:  2141Q  ARCHITECT:  B.  GROTH 

SITE:  201  VAN  NESS  AV  AGENCY  : WAR  MEMORIAL  CLIENT:  J.  CHRONISTER 

BUILDING  NO.:  46-433  BUILDING  NAME:  DAVIES  SYMPH  HALL/ZELLERBACK 

Damage  to  Building:  damage  to  anchoring  of  mechanical  fans  and  heating  coil,  cracks  on  mirror  panels,  plaster 

DAMAGE. 

Action  Taken: 

11/02/89  BUILDING  INSPECTED  BY  LEUNG  AND  FEMA.  BALL  PARK  ESTIMATE  UAS  $353,500. 

12/12/89  DSR  #70873  SUSPENDED.  EARTHQUAKE  INSURANCE  PENDING. 

12/18/89  RECEIVED  DSR  #70873  FROM  FEMA  DAMAGE  ESTIMATE  IS  $53,843. 

01/30/90  SUPPLEMENTAL  DSR  REQUESTED  $279,649.  TOTAL  DAMAGE  ESTIMATE  IS  $333,492. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $537,320. 

04/26/90  PROJECT  TRANSFERRED  TO  BOA. 

NEXT  ACTION:  NEGOTIATE  COST  UITH  FEMA 


LINE  ITEM  NO.:  El-146  BOA  JOB  ORDER  #:  2142Q  ARCHITECT:  B.  GROTH 

SITE:  301  VAN  NESS  AV  AGENCY : WAR  MEMORIAL  CUENT:  J.  CHRONISTER 

BUILDING  NO.:  46^  BUILDING  NAME:  WAR  MEMORIAL  OPERA  HOUSE 

Damage  to  Building:  extensive  damage  to  plaster  on  ceilings,  water  damage,  damage  to  heating,  lighting,  from 

SPRINKLERS.  DAMAGE  TO  TERA  COTTA  WALLS  IN  STAIRWELLS.  LANDMARK  #84. 

Action  Taken: 

12/06/89  BUILDING  INSPECTED  BY  LEUNG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $1,085,603. 

RECEIVED  DSR  #71200  FROM  FEMA  DAMAGE  ESTIMATE  IS  $8,215. 


12/15/89 
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01/05/90 

INDEPENDENT  ESTIMATE  PREPARED  BY  MAX  HORN  SHOWED  $2,257,156  IN  EARTHQUAKE  DAMAGE. 

01/16/90 

DSR  #71199  SUSPENDED  • PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

01/30/90 

RECEIVED  DSR  #71201  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $1,142. 

01/30/90 

RECEIVED  DSR  #71200  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $8,215. 

01/30/90 

RECEIVED  DSR  #71198  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $26,187. 

01/30/90 

SUPPLEMENTAL  DSR  REQUESTED  $62,952.  TOTAL  DAMAGE  ESTIMATE  IS  $89,139. 

01/30/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,995,836.  TOTAL  DAMAGE  ESTIMATE  IS  $2,257,166. 

01/30/90 

RECEIVED  DSR  #71202  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $737. 

01/30/90 

RECEIVED  DSR  #71203  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $24,250. 

02/06/90 

RECEIVED  $6,161.40  FOR  DSR  #71200  AS  PART  OF  CHECK  TOTALLING  $246,521. 

02/06/90 

RECEIVED  $552.75  FOR  DSR  #71202  AS  PART  OF  CHECK  #3  TOTALLING  $246,521. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,208,000. 

03/14/90 

RECEIVED  DSR  #71199  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $292,072.53. 

04/26/90 

PROJECT  TRANSFERRED  TO  BOA. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-147  BOA  JOB  ORDER  #:  2143Q  ARCHITECT:  B.  GROTH 

SITE:  401  VAN  NESS  AV  AGENCY:  WAR  MEMORIAL  CUENT:  J.  CHRONISTER 

BUILDING  NO.:  46-437  BUILDING  NAME:  WAR  MEMORIAL  VETERAN'S  BLOG 


Damage  to  Building:  broken  windows  and  skylights  panels,  cxtensive  plaster  and  tile  damage,  asbestos  shaken 

LOOSE  AND  WILL  REQUIRE  ASBESTOS  ABATEMENT.  DAMAGE  TO  THE  HEATING,  AND  VENTILATING 
SYSTEMS.  SIDEWALK  AND  SIDEWALK  ELEVATOR  DAMAGED.  NORTH  PASSENGER  ELEV  NON-OPER.  DUE  TO 
MECHANICAL  DAMAGE.  ALL  TRACK  LIGHTING  IN  4TH  FL.  MUSEUM  OF  MODERN  ART  GALLERIES  DAMAGED 


Action  Taken: 


12/28/89 

INDEPENDENT  ESTIMATE  PREPARED  BY  MAX  MAMAGEMENT  SHOWED  $2,459,965  IN  EARTHQUAKE  DAMAGE. 

01/03/90 

BUILDING  INSPECTED  BY  MANSUR  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $2,712,115. 

01/10/90 

SUPPLEMENTAL  DSR  REQUESTED  $2,286,236.  TOTAL  DAMAGE  ESTIMATE  IS  $2,497,598. 

01/27/90 

DSR  #71263  SUSPENDED  - PENDING  SHPO  REVIEW  AND  EARTHQUAKE  INSURANCE. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,496,000. 

03/14/90 

RECEIVED  DSR  #71263  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $211,360.35. 

DRAFT  DSR  #71105  ESTIMATED  DAMAGE  TO  BE  $37,377. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 
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LINE  ITEM  NO.:  Et.i48 

SITE:  890  BEACH  ST  AGENCY:  AGING 

BUILDING  NO.:  BUILDING  NAME: 

Damage  to  Building:  structural  damage,  damage  to  computer  i kitchen  equipment,  private  propcrty. 
Action  Taken: 

1^/T3/ft9  BUILDING  INSPECTED  BT  P1RU2MAN0  AND  FENA.  BALL  PARK  ESTIMATE  WAS  $0. 

NEXT  ACTION:  NONE 


LINE  ITEM  NO.:  Ei-149 

SITE:  3601  NORIEGA  AGENCY : AGING 

BUILDING  NO.:  BUILDING  NAME: 


Damage  to  Building:  structural  oamai$,  oamak  to  cohputsi  4 xitchen  EQWiin«KT.  toivate  toopkittk 


Action  Taken: 

12/13/89  BUILDING  INSPECTED  BY  PIRUZMAM>  AHO  FEMA.  BALL  PARK 


NEXT  ACTICM;  H0>« 


LINE  ITEM  NO.:  £1-150 

SITE:  1390MARKET$T  AGENCY!  CrrYATTOW^EY 

BUILDING  NO.:  BUILDING  NAME:  ! 

Damage  to  Building:  library  solving  BUdosD^  : books  prom  floor  Atm  from  damaged  shelving  & relocayed. 

Action  Taken: 

j NEXT  A^TIONr  NOtgS^ 


LINE  ITEM  NO.:  EM51 

SITE:  CITY  HALL 
BUILDING  NO.: 


AGENCY; 

BUiLDiNGNAME 


a\flL8ERVI<^ 


DaiTiage  to  Building:  STAFF  Tite  syotT  R^^^  cowwat. 


Action  Taken: 


CATESORT  B ITEM 


05/09/90  16:43 
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UNEITEMNO>: 

site:  ClTYHAUL 

BUtU>lKCNO.i 

El-m  f . 

AGENCY^ 

SUIIOINGNAME: 

' fm  i!i  iitiiiv  Sit, 

Aef  Son  Taken: 

ipliillMiiil|||i 

iSIIIlM^^ 

j MEXT  ACTIOM:  NOME 

ummmmS  ei-w 

SITE:'  1«12MAEt^$T  ' AGENCY:  CONTHOLLEB 

BUILDING  NO  j \ BUILDING  NAME: 

DanagetoSuHiBitg:'  ieased  usspEcinsi  damage. 

Mtio'iiTaS:  . . ; 

' ' A jSCTIONS!  wm  . . 

i 

LINE  ITEM  NO.:  EM54 
SITE:  520TOWNSEWD 

BUn-OlNONO.: 


AGENCY;  DPH 
SUItPINGNAME:  V 


^ foft  miN  <»^Fice$  - hajor  $tRuctt»AL  damage,  private  property. 

AotIpR  Taken: 

12/13^  nisPECTEO  BY  PIRUZMAWJ  AM>  FEMA.  BAU  PARK  ESTIMATE  WAS  SO. 


tiExr  AcrioMi; 


-V  vV  16:43 
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LINE  ITEM  NO.:  Et-155 

SITE:  1175  HOWARD  AGENCY:  OPH 

BUILDING  NO.:  BUILDING  NAME: 

Damagato  Building:  structural  damage  to  qzanam  RtCEPTioa.  private  wtqpehty. 

Action  Taken: 

1^/'>2/S9  BUILDING  INSPECTED  BT  PIRUZMANO  AlO  FEMA.  BALI  PARK  ESTIMATE  WAS  $0. 

] NEXT  ACTION:  HONE 

LINE  ITEM  NO.:  Ei-156 

SITE:  Y80EUJS  AGENCY:  DPH 

BUILDING  NO.:  BUILDING  NAME: 


Damage  to  Building: 

STRUCTURAL  DAMAGE  TO  ARLINGTON  »)TCL.  PRIVATE  PROPERTY. 

Action  Taken: 

T2/12/89  BUILDING 

INSPECTED  BY  PIRUZMANO  AND  FEMA.  BALI  PARK  ESTIMATE  WAS  SD. 

NEXT  ACTION:  NO»« 

LINE  ITEM  NO.:  Et-IS? 

SITE:  525  HOWARD  ST  AGENCY : DPH 

BUILDING  NO.:  BUILDING  AIDS  I^OGRAM 

Damage  to  Building:  stsucturai  i>aha(S  to  i^sit^sriAL  souse  i wiVAtt  wdpany. 
Action  Taken: 

12/12/39  RJllDIHG  INSPECTED  BY  PIfiftCaVllffi  AWJ  TEMA.  BAU.  PARIC  ESTIHATE  WAS  $6. 
j SEXT  ACTION:  N<»E  


LINE  ITEM  NO.:  Et-158 

SITE:  ITOOTIS/CTTYHALL  AGENCY:  DSS  ' 

BUILDING  NO.:  BUILDING  NAME: 

Damage  to  BuBding:  ircurred  iso  costs  psocrawing  /wg  psimttsb  tp  soppiy  red  cross  fm  oss  field  workers 

i KFCK^T  !CU  REGAi^lXO  OSS : CUTEWTS 


Action  Taken: 
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B ITEM 


mr  AtxKMi  WMH 


tii^klpEMtio^  EMss 

A6EN0Y!  0SS 
' BWILDINSNAME: 

Dama^^toBtiOit^i;  tiBSErstMitKO  mmagb  to  tooipmet  m>  idsb  itf  sut^ieb  iso  oris  offices 

Action  Taken: 

■ $EE  U«E  ITER  si '145 

j BEXTiWriONS  Ma»« 

1 

1 

UN£rf£MNO>:  Ef-160  BOAJOBCTOER#:  2184Q  ENOJNEER:  V.  TROYAN 

SITE:  ' VARIOUS  AGENCY:'  ELECTRIC^  CUENT:  R. WASSERSLEBEN 

BUltDIKGNO.:  BUILDING  NAME: 

DamagatoBulftflrtg:  battebite  bites  have  mwn  ireHTifiSB  that  *e«uii«  ewiprekt  to  be  seisrically  perouwteo 

AHO  EEPAIRS:. 

Action  Taken: 

izm/Vi'  ^ ' ' Eoi'iiwe  wspects^  bt  hoi#  aho  feha.  'bau.  pare  estirate  «as  seoo* 

02/53/90  mxm  BOA  PROJECT  COST  EBTIRATE  It  tm,  . 

04/15/90  ' DUPLICATE  SItTRY  * SEE  S1*S^  €1*24/  ABO  E1*2S«  ' 

; ' ' ^ ' I RExr  Acrifliir  juarn  ' 

1 

yN£nnEMNO^  embi  \ : 

SITE:  ^"l2t2 MARKET  X " AGENCY:  l«/U.TH ^RVICES 

BUfti)INGNQ.:  . \ BUILDING  NAME: 

Dan»0etQBttBdirtg:  cottsttr/^t  ovsitime  to  cqhfirr  sosiDHEss  of  commit  sybtbi. 

Action  Taken:  ^ 

" CATECQRT  B ITEM  'V/'  " " ' 

; ' ' j REXT  ACTItWi  ifOm 

i 

16: 
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LINE  ITEM  NO.:  EM&2 

SITE:  1095  MARKET  #501  AQENCY : HRC 

BUILDING  NO.:  BUILDING  NAME: 


Damag*  to  Building:  leasco  space  - hajor  structural  damage  to  bearing  ualls. 
Action  Takan: 


I NEXT  ACTION:  NONE 


LINE  ITEM  NO.:  EM63 

SITE:  CENTRAL  SHOPS  AGENCY:  PURCHASING 

BUILDING  NO.:  BUILDING  NAME: 


Damage  to  Building:  repair  of  city  vehicles  damaged  ouRiNG  or  in  the  emergency  response  to  the  quake. 


Action  Taken: 


CATEGORY  B ITEM 


NEXT  ACTION:  NONE 


LINE  ITEM  NO.:  EM64 

SITE:  CROCKER/AMAZON  AGENCY  t REC&PARK 

BUILDING  NO.:  BUILDING  NAME: 


Damage  to  BuOdlng:  &cx)r  binge  broken  on  sw  side  exit  door  eroh  rec 


Action  Taken: 

H/A 

giililBii 

,, 

I NEXT  ACTION;  HOIffi 

S:s:;:::i5$:S:WAWK5^^ 

V ' . 

LINE  ITEM  NO.:  Ei-1^ 
SITE:  CITY  HALL 
BUILDING  NO.: 


AGENCY!  SHERIFF 
BUILDING  NAME:^^  a 


Damage  to  Bund&ig;  file  cabiikts,:  bookca^s  4 sw^ies  d^ 
Action  Taken:  ' 
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«EXT  ACTIOMS  Wm 


LINE  ITEM  NO^ 

SrFE;  CITYMUSEI^IS  AOBICY;  VARIOUS 

Bmsiim  NO.:  BUltDiNO  NAME: 


Damage  to  0f  mm<  or  oaotaovgo 


Action  Taken: 


inctuoa^  tWOER  LIMi  ITEHS  El-2?,  Et-28,  61-2^ 


51. 


MEXT  ACTtCU:  HONE 


LINE  ITEM  NO.:  El-167 

SITE:  2323  ARMY  ST 
BUILDING  NO.:  90-423 


BOA  JOB  ORDER#:  2248Q  ARCHITECT:  H.  WONG 

AGENCY:  DPW  CUENT:  R.  FONG 

BUILDING  NAME:  ARMY  STREET  YARD 


Damage  to  Building:  minor  damage  to  buildings,  sheds  and  other  structures  at  the  dpw  corporate  yard. 
Action  Taken: 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $12,250. 

03/07/90  RECEIVED  DSR  #88858  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $2,016. 

03/08/90  RECEIVED  DSR  #88839  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $547.50. 

03/08/90  RECEIVED  DSR  #88859  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $1,815. 

03/08/90  RECEIVED  DSR  #88860  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $777.60. 

03/09/90  RECEIVED  DSR  #88837  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $1,490. 

03/09/90  RECEIVED  DSR  #88857  FROM  FEMA.  DAMAGE  ESTIMATE  IS  $2,185.15. 

BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $172. 


NEXT  ACTION:  HAVE  BBR  MAKE  REPAIRS 


LINE  ITEM  NO-:  £f  i66 

SITE:  GC«J3BN<WEPARK  AGENCY:  ACADEMY  C«=  SCIENCES 

BimJDINGNO.:  BUILDING  NAME:  WATHSHALL  . 


Damage  to  BuS(^:  cra?*s  m ORYUAtt  WNcaEie  i^alls,  £LiVATiae'caAi«$  at  ej^ansiom  joint. 


Action  Taken: 


16:' 
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ACTION:  IWNE 


LINE  ITEM  NO.:  El-ie« 

SITE:  GOLDEN  GATE  PARK  AGENCY:  ACADEMY  OF  SCIENCES 


BUILDING  NO.:  BUILDING  NAME: 

OCEANS  HALL 

Darruigft  to  Building:  broken  drywall  taping, damage  i 

TO  COPPER  ROOF  FLASHING. 

0 CEltiNG  TILE, 

PIASTER  DAMAGE  AT  EXPANSION  JOINT  Wti  OAMAGE 

Action  Taken: 

EASThOUAKE  damage  JNCLUOa)  UNDER  Ultf  ITS*  EM 
[ NEXT  ACTION;  NONE 


LINE  ITEM  NO.:  EMTO 


LINE  ITEM  NO^  El-171 
SITE:  GOLDEN  GATE  PARK 
BUILDING  NO.:  60-1070 


AGENCY:  ACADEMY 
NAiyiE*  SOlEt^^E  HA{X< 


II 

■l 


05/09/90  16:46 
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LINE  ITEM  NO.:  EI-172  BOA  JOB  ORDER  #:  2241Q  ARCHITECT:  J.  BUKER 

SITE:  100  EDMONDS  RD  AGENCY:  DPH  CUENT:  M.  ZMUDA 

BUILDING  NO.:  87-878  BUILDING  NAME:  SUBSTANCE  ABUSE  CENTER 

Damage  to  Building:  cracks  in  concrete  gutter  joint,  around  wood  frahe  and  ceiling,  in  concrete  court  yard,  to 

WOOD  TRIM.  JAMMED  DOORS.  BREAK  IN  CONDENSATION  LINE. 

Action  Taken: 

11/20/89  RECEIVED  DSR  #72009  FROM  FEMA  DAMAGE  ESTIMATE  IS  *834. 

01/18/90  RECEIVED  *625.50  FOR  DSR  #72009  AS  PART  OF  CHECK  #2  TOTALLING  *3,191,280. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  *2,500. 

I NEXT  ACTION:  SUPPLEMENTAL  REQUEST  NEEDED 


SITE;  199041STAV 
BifltDINGNO*;  87-908 


DPH 

SUIU^GNAMEj  C^StBICrsidSrAtPmTHCNTR 


Damagoto  no  dahacs. 


Action  Taken: 


> FURTISR  ACTION  RCQUIRe^. 


NEXT  ACTION: 


LINE  TOM  NO^  EM74  g 

SITE:  450N0Ni:feW3AST  AGENCY:  DPH  ] 

BlBLDir«5NO.;  87-892  ^ BUILDING  NAME:  ALEMANY  DAY  TREATMENT  CENTER 

Damage  to  Bulking:  nodamai^. 

Action  Taken: 


NO  mftimt  ACTION  REOOIRS). 


15/09/90  16:4A 
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LINE  ITEM  NO.:  Et-175 

SITE:  45  ONONDAGA  ST  AGENCY:  DPH 

BUILDING  NO.:  83^  BUILDING  NAME:  ALEMANY  EMERGENCY  HOSPITAL 


Damage  to  Building:  no  damage. 

Action  Taken: 

NO  FURTHER  ACTION  REQUIRED. 

NEXT  kCTlOU:  NONE 


LINE  ITEM  NO.:  E1-176  BOA  JOB  ORDER  #:  20930  ARCHITECT:  M.  PRIMEAU 

SITE:  GOLDEN  GATE  PARK  AGENCY:  POUCE  CUENT:  T.  SUTTMEIER 

BUILDING  NO.:  38-1035  BUILDING  NAME:  GG  PARK  POUCE  STABLES 

Damage  to  Building:  cracking  and  spalling. 

Action  Taken: 

11/07/89  BUILDING  INSPECTED  BY  WONG  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $35,500. 

11/28/89  RECEIVED  DSR  #71002  FROM  FEMA  DAMAGE  ESTIMATE  IS  $124. 

01/12/90  SUPPLEMENTAL  DSR  REQUESTED  $651.03.  TOTAL  DAMAGE  ESTIMATE  IS  $775.28. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $839. 

04/15/90  NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1987  SAM  FRANCISCO  POLICE  DEPARTMENT  BOND  ISSUE. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO J EM77  ENGINEER:  V.  TROYAN 

SUE:  36Q  GROVE  Srr  AGENCY:  P/tf^KlNG  AUTHORITY  CUENT: 

BUILDING  NO.:  BUILDING  NAME:  PERFORMING  ARTS  GARAGE 

Damage  to  Building:  hinor  TBistoa  tiucscs  at  cutside  aifitSRe. 

Action  Taken: 

12/22/89  BOILOTNO  TNS»ECTai  BY  UW  AI»  FEMA.  BAU.  PARK  ESTIMATE  UA$  $11,490. 

PARKING  mtmtm  Wtit  SdtR  OlSefiTtT  <S6RA8Ate  APPilCAMt) 


05/09/90  16:47 
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LINErreMNOJ  E1-m  ENGINEER:  V.  TROYAN 

SITE:  256l>ltFa)ST  AGENCY:  PARKING  AUTHORirY  CUENT: 

BtmJilNG  NO.:  BUILDING  NAME;  MOSCONE  CENTOS  GARAGE 

£i»{THQU^  i>amai^. 

Action  Tak«i: , , V 

■yitnm  ' BortBins  i«a>ec7e^  bt  twf  pm  faiA.  sau.  >a8k  €STn»TE  ^ 

PABicm  mi  mu  mn  t&ik  otsetr  {$6i»«ATe  Amtcttr> 

^ ACTiosi  mm  V'i , ' 

''-'""S'"" 

LINE  ITEM  NO  J ' ENGINEER:  V.  TROYAN 

SITE;  'k^LOWB/^?D$T  ''  '/"/  agency:  FAre<fNG AUTHOFBTY  CUENT: 


B^INGNO.;  milLDINGNAME:  IC^^BARD  STR^  GARAGE 

Damage  to  WwWe 

Action Takofi:  . 

_ mimm  ik^ects^  stum  pm  foU.''  BAa  ppslul  cstimate  I5,id4. 

!'/  'i"  ' '''  ?A8Kri»  pmfmm  mil  j&kl  mxw  fatA  direct  {sepacate  appcicaud 

/ 7 ; ' j HEXT  AcrifiSi  mm  ^ 

•■■ . 

UNE  VTEM  N'dr;  mlim  ' ^ ''' '' 

SITE;'j' mOFARRELL^  7 AGENCY:  PARWNG AUTHORITY 

BUflLOING  NCL:  ^7  ' \ BUILDING  NAME:  ELUS/OFARREU. GARAGE 

Dan»90to^3d^:.  mwout)  dakmes. 

Action Tak^j  .>  ' 

f ' '77'v^77**?**R^  iBnHOWTT  tfItL  DEAL  ttITB  fSMk  DiaECTlY  <8EPAaAIE  APPtlCAHl) 

-V  vV  16:47 
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LINE  ITEM  NO.:  EM81 

SITE:  1(360  GEARY  0L  AGENCY;  PARKING  AUTHORITY 

BUILDING  NO.:  71-291  BUILDING  NAME;  JAPAN  CENTER  GARAGE 

Damage  to  Bulidlog;  uerMouN  oamauc. 

Action  Taken: 

PAKKIW  AUTHOaiTY  WILL  OEAl  WITH  FEH*  DIRECTLY  (SEPWIATE  APPLIOWT) 

I NEXT  ACTION;  NONE 


LINE  ITEM  NO.:  EM82 

SITE:  1250  PHELPS  ST  AGENCY:  DPW 

BUILDING  NO.:  BUILDING  NAME:  SOUTHEAST  GREENHOUSE 


Damage  to  Building:  no  dama^. 


Action  Taken: 

01/09/90  iUILDlNG  INSPECTKl  BY  HOW  AND  PEMA.  BALI  PARK  ESTIMATS  ittS  SO^:: 


NEXT  ACTION:  NONE 


LINE  ITEM  NO,:  El-183 

SITE:  laX)  OAKDALE  AV  AGENCY  t DPW 

BUILDING  NO.:  BUILDING  NAME:  SCHjrHEASTCOMMlWfrYFAaUTY 


Damage  to  Bulldlr^:  crac^  lu  coNOtETE  ualls^ 


Action  Taken: 

01/09/90  RJILDING  INSPECTED  BY  HOW  A)©  FEMAi;  m PARK  ESTIHATE  WAS 


NEXT  ACTION:  HCm 


LINE  ITEM  NO.:  El-184  BOA  JOB  ORDER  #:  2039Q  ARCHITECT:  M.  DORIAN 

SITE:  390  BUCKINGHAM  WY  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-666  BUILDING  NAME:  FIRE  STATION  #19 


Damage  to  Building:  cracked  ground  slab  and  cracks  in  stairwell. 
Action  Taken: 


11/10/89 


BUILDING  INSPECTED  BY  HOW  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $1,500. 


05/09/90  16:47 

POST-QUAKE  restoration  OF  p.«:  n 

GENERAL  FUND  CITY  BUILDINGS 

11/18/89 

RECEIVED  *1,476.75  FOR  DSR  #73285.  AS  PART  OF  CHECK  #1  TOTALLING  $115,651.00 

11/18/89 

RECEIVED  DSR  #73285  FROM  FEMA  DAMAGE  ESTIMATE  IS  $1,969. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $713.  TOTAL  DAMAGE  ESTIMATE  IS  $2,682. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $1,500. 

04/15/90 

EARTHQUAKE  REPAIRS  FOR  THIS  BLDG  INCL  IN  "EQ.  DAMAGE  REPAIRS  FOR  VAR.  CITY  OWNED  BLDGS,  CONTRACT  #1- 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA  | 

LINE  ITEM  NO.:  EI-185  BOA  JOB  ORDER  #:  2067Q  ARCHITECT:  M.  DORIAN 

SITE:  100  HOFFMAN  AV  AGENCY:  FIRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-750  BUILDING  NAME:  FIRE  STATION  #24 


Damage  to  Building:  cracking  in  exterior  brick  masonry,  cracked  plaster  and  cracked  concrete  walls. 


Action  Taken: 


11/03/89 

BUILDING  INSPECTED  BY  PRICE  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $3,700. 

12/06/89 

RECEIVED  DSR  #70868  FROM  FEMA  DAMAGE  ESTIMATE  IS  $4,000. 

01/18/90 

RECEIVED  $2,999.93  FOR  DSR  #70868  AS  PART  OF  CHECK  #2  TOTALLING  $3,191,280. 

01/26/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,620.  TOTAL  DAMAGE  ESTIMATE  IS  $5,620. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $6,463. 

04/15/90 

NOTE:  THIS  FACILITY  IS  INCLUDED  IN  THE  1989  EARTHQUAKE  SAFETY  BOND  ISSUE  PHASE  1. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

LINE  ITEM  NO.:  El-186  BOA  JOB  ORDER  #:  20680  ARCHITECT:  M.  DORIAN 

SITE:  1091  PORTOLA  DR  AGENCY : RRE  CUENT:  J.  LYNCH 

BUILDING  NO.:  31-752  BUILDING  NAME:  FIRE  STATION  #39 


Damage  to  Building:  cracked  plaster  and  concrete  walls. 


Action  Taken: 


11/07/89 

BUILDING  INSPECTED  BY  PIRUZMAND  AND  FEMA.  BALL  PARK  ESTIMATE  WAS  $10,000. 

12/07/89 

DSR  #70908  SUSPENDED  - DAMAGE  LESS  THAN  $250. 

12/18/89 

RECEIVED  DSR  #70908  FROM  FEMA  DAMAGE  ESTIMATE  IS  $229. 

01/25/90 

SUPPLEMENTAL  DSR  REQUESTED  $1,424.  TOTAL  DAMAGE  ESTIMATE  IS  $1,653. 

02/23/90 

REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $3,002. 

1 NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 

■.■09r90  )6:49 
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LINE  ITEM  NO.:  EI-187  BOA  JOB  ORDER  #:  2029Q  ARCHITECT:  R.  APPLETON 

SITE:  1196  FILLMORE  ST  AGENCY:  ART  COMMISSION  CUENT:  AM.  THEILEN 

BUILDING  NO.:  28-502  BUILDING  NAME:  TURK  SUB-STATION  AND  GARAGE 

Damag*  to  Bulldirvg;  hajcw  damac£. 

Action  Takan; 

01/12/90  BUILDING  INSPCCTED  BY  HOU  AMO  FEMA.  BALL  PARK  ESTIMATE  UAS  S30,000. 

02/07/90  RECEIVED  DSR  #78069  FROM  FEMA.  DAMAGE  CONSIDERED  INELIGIBLE. 

02/23/90  REVISED  BOA  PROJECT  COST  ESTIMATE  IS  $40,000. 

03/28/90  FORMAL  APPEAL  SENT  TO  FEMA  REQUESTING  $14,081.50  TO  MAKE  BUILDING  SAFE  FOR  PEDESTRIANS. 

I NEXT  ACTION:  NEGOTIATE  COST  WITH  FEMA 


LINE  ITEM  NO,:  EM$e 

SITE:  1 CASHMERE  ST 

BUILDING  NO.:  25-455 


AGENCY:  MAYOR 

BUILDING  NAME:  OltLDCARE  CENTER  #1 


Damage  to  Building:  unknown  damage. 


Action  Taken: 

01/09/90  BUILDING  tNS>EnS>  BY  NOW  Am  FEMA,  BALL  Pm  EBriHATE  UA$  SO, 


NEXT  WITION:  W)NE 


UNE  ITEM  NO.:  EM89 
SiTE:  1050  MCALUSTER  ST 


AGENCIT!  MAYOF 
BUIUJWGNAMBr  EUAH# 


BUILDING  NO.:  25-467 


Damage  to  Building:  tmitoifW  diuiage. 


Action  Taken: 


01/09/90  KliLDING  INSPECTED  BY  NOW  AND  FEMft.  €ALi.  PittK  ESTIMATS  )m 

- 


NEXT  ACTION:  NOtffi 


05/09/90  16:49 
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UHEmum.:  Ei-m 

$mi  .1..  agencvj  sm? 

Bmmmm-i  building  hame:  joNE$#f^Er tank  house 

AcllQnTak«n:  ^ 

it/64/e?  ow  f?oaoi  awws  $0  0AHA8E-,  iX  i:-. 

1 NEXT  Action  t HONE  {;  'V  . " | 

LINE  ITEM  NO.:  Et^m 

SITE:  AGENCY:  SfTO 

BUKJDINGNO.;  BUILDING  NAME;  ASI^imY  TANK/TANK  HCHJSE 

Damage  to  BfiBcGng:  naoAMAGS. 

iiiiiiiiiiiiiiiiiiiiiiii*^ 

04/15/90  IfOfEt  THIS  TACJltTT  18  I(K;LU681  tH  TIS  1989  EARTHQUAKE  8APETT  BOMI  ISSUE. 

0RAF7  DSit  #7^083  l^iOHS  SO  DAMAfiE.  y ' ' 

1 NEXT  ACT  ion : HONE 

1 

